KINGSTOWN HARBOUR, 






r.ETURN loan Oiom of lie Honourable The House of Commons H' 
dated iG April! 844 ;_/„r, ’ 

COPY of Memchials from the Inhabitants of Kingstown to the TWr’ 
rela.,ng to Encroachments on the Harbour of Kingstown, by the Dublin and 
Kingstown Harbour Railway Company, with Mikotes tLreon. presented 
Since Date of last Returns in 1843. ^ esemea 

COPY of Teeascht Minutes and CoanEspoNDENCE with Board ofWorks 
Lt RetlA”®* ’ E=‘ilw‘>y. =ince Date of 

Tn^ttn - Commissioners of 

COPY of Memorials and Correspondence of the Railway Company and 
their Secretary with the Board of Works, the Treasury, or CommisLners of 
Kingstown Harbour re attng to Encroachments on same, or to the Construction 
of tne Atmospheric Railway, since Date of last Returns. 

COPY of Instructions to Mr. JValker, Civil Engineer, or Abstract of Docu- 
ments relating to the Atmospheric Railway and Kingstown Harbour. 

COPY of the Report and Evidence taken by Mr. IValker, and the Minutes 
or Oedeus thereon, with Copies of Memoeials or Correspondence up to 
the 10th day of April 1 844, from Date of last Returns. 

Or*^Sj, The House of Commons, to Se Printed. 10 Mty 1S44. 



COPIES of Correspondence respecting the Dublin and Kingstown Railway 
the Atmospheric Railway, and Kingstown Harbour. 

Sir, Dame-street, Dublin, 

T Wa'q j t . 29 April 1843, 

he printed I ® «i that subject, ordered by the House of Commons » TTT 

»Me„?0 wile ^ 1843, have embodied their sentiments thereupon in nI&ISS 

•ttg to enll Irewl hv Majesty’s Treasury, which ‘l now ' 

ftth all the attention b direction, in the foil assurance that it will meet 

"itli the protection irf 'll important and so intimately connected 

Wdships.^ ^ Kingdom merits from their 

ta^te thinubSlor^l'^ trust that it may suit their Lordships’ convenience 
t"»n Harbour lerv diff '">rts are in rapid progress at Kings- 

t» the Commikilerf of "p bV “ adverted to in a letter from the Secreta*ry 

1843. “'®'™'rs of Public Works to Sir George Clerk, dated 21 February 

t» a Memorialists have drawn their Lordships’ attention 

•Itay understand is about to“b “r’°" 0" Kingstown Harbour, and which 

The Mp • r ° ^ immediately enlarged. 

“”ly to be torTmelr,“1S"b‘‘’b ? fltth-house in such a locality not 

265, t> the harbour, but an infringement upon the public rights, 

^ and 
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2 CORRESPONDENCE; DUBLIN KINGSTOWN RAILWAY, 

and in other respects objectionable ; and are advised by the opinion of an emineoj 
barrister, the late Solicitor-general for Ireland, Mr. Moore, that there is ao 
authority in any Act of Parliament for the regulation of the harbour, or otherwise^ 
for such an appropriation of the public property. 

I have, &c. 

(signed) John Orpin, 

C. E. Trevelyan, Esq. Solicitor to the Memorialisls. 

Treasury Chambers, Whitehall, London. 



TO the Lords Cooimissidners of Her Majesty’s Treasury. 

The Humble Memorial of the Undersigned on their own part, and that of certain 
Inhabitants of Kingstown and its vicinity, relating^ to the Encvoachmeuts of the Dublin 
and Kingstown Rahway Company on the front of the Royal Harbour of KingstoBo,i 
Ireland. 



Showeth, 

P. 13, Pari. Paper, That your Memorialists respectfully refer to the letter of John Orpin, dated 3d Deceit- 
No. 62. her 1842, addressed to your Lordships’ Secretary, C. E. Trevelyan, Esq., transtnitting tie 

P. 18, Pari. Paper, copy of a memorial addressed to Earl De Grey ; and to the letter of your Lordships’ Secre- 
p'. isi Pari. Paper, tary in reply, dated 20th January 1843, which states : That my Lords cannot interfereia 

the execution of a work which appears to have received the sanction of the Lord Lieu- 
tenant.” 

That Memorialists have read the correspondence and papers relating to the Dublin ami 
Kingstown Railway, ordered to be printed by the House of Commons on the 23d Febnaiy 
1848. They respectfully call your Lordships’ attention to the letter of your Lordships’ 
P. 23, Pari, Paper. Secretary, C. E. Trevelyan, dated 18th February 1843, to the Commissioners of Public 
Works, referring to their Report of the 22d December, on the Memorial of certain inha- 
bitants of Kingstown, above referred to, directing the Commissioners of Public Works to 
take certain su^estions into consideration. “Namely, that all objections urged aMtusl 
the proposed work, so far as relates to its encroachments on Kingstown Harbour, mi^the 
removed, by the company forming a tunnel from the present terminus of the Dublmaml 
Kingstown Railway to the eastern pier of the harbour, or by the position of the terraiiius 
being fixed at the eastern pier; and I am further to add, that my Lords, therefore, deaic 
that you will take this subject into your consideration, and report to my Lords whedia 
• either of the above plans could be carried into effect, as well as your opinion of tbeadrau- 
tages that would be gained by the adoption of either of them.” 

This suggestion of your Lordships would meet all the objections of your Memorialists, ^ 
P. 23, Pari. Paper, fairly earned into effect; and, therefore, your Memorialists sincerely regret the reply oftbe 
Commissioners of Public Works, dated the 21st Februaiy 1843. Meinorialiste requ^ 
your Lordships’ particular attention to the following passages of that letter, which, takenk 
conjunction with other passages of the correspondence, to which we shall hereafter refer 
(but more particularly with reference to the report of the directors of the Dublin and Kii^- 
town Railway, dated 27tli March 1843'), has excited the utmost alarm of your Memorialisls, 
and ail others interested in the Royal Asylum Harbour of Kingstown. 

The Board of Public Works say : “ Supposing, however, even that the CommissiooeK 
should be wrong in their opinion, and that there is reason in the suggestion made to their 
Lordships, the arrangement as made with the company in the first instance, will not atajl 
prevent the expedient being adopted of a tunnel, which has also been suggested, should it 
he reouired.” 

“ The Commissioners have, in the deed of conveyance, agreed to assign to the compsoi 
the necessary ground for the tramway only up to the harbour-master’s office (A.), not& 
P. 23, Pari. Paper, from the eastern pier ; from thence, towards the proposed terminus, the occupation is to bt 
Extfactsiromletter considered temporary, and subject to any subsequent arrangement the Comaussionei's nuglit 
of BoardofWorkg, require.” 

dated *21 Feb. 1843. «< the same time it was ascertained, should the experiment prove successful; 

natural consequence, a junction be made between the new atmospheric line and the Dublin 
and Kingstown Railway, that the level of the rails would be so low as perfectly to admil 
of being covered for the whole extent from the harbour-master’s office.” 

“ Although the prevailing opinions are full of confidence in the success of this expennieDs 
of the atmospheric principle, it does not appear unreasonable to allow the company to tij 
it in the most economical and convenient manner. 

“ Whatever arrangements may be thought necessary, when the establishment bec<®t 
permanent, arching such a distance in the first instance would be a most costly underl^ujS 
for an experiment; and stopping at the eastern pier would be so inconvenient as greatly w 
reduce any reasonable prospect of being reimbursed for the outlay.” 

“ There can be less objection to this accommodation being aSbrded, as it is only ^ 
sidered temporary or during pleasure, while the objection urged against it is at most 
spective, or, as the Board bebeves, imaginary. The Board would therefore submit that 
Lordships should allow tlie arrangements already approved to proceed.” 

I have, &.C. 

(signed) Henry R. Raine, Secretary- 
Memonalis® 



Sec copy of news- 
paper containing 
report of meeting 
of the directors 
transmitted here- 
witlt. 



Sir Geo. Clerk, Bart. See. &c. 
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the ATMOSPHERtC RAILWAY, and KINGSTOWtf HARBOUR 

Memorialists request your Lordships to contrast the statement of ts or 
Works will the foUowing extract of the report of the Railway DirertM 
sioners state that the occupation of the ground across the halbour is oajv f.m 
ssbject to any subseq^uent arrangement tiie Commissioners might reauire <™porary, and 
.. That there can be less objection to this accommodation\einu affo'rded as It is I 
considered temporary and during pleasure, while the ohiection nmd ■ ‘ ^ 

prospeetiTe, or, as the Board believes, imaginary." ^ against it is at most 

The Directors of the Railway, under the plea of complying with vour Lnrd.l.; • 
gestions, appear to convert the temporary into a permanent oS-uT,.tm^ Loidahips sug- 
coalemplited or required by the Boa?d of Works L the riate of Lir iWto tovom f 
ships; nor does it appear by the printed papers tliat they have obtained suvfLS 
ftom the Lord Lieutenant or your Lordships to cross the Fortv-fcnf farther authority 

Lord Eliot’s letter of the 1st September 1842. ^ since the date of 

The report of the Railway Directors says : » In the nrosemflnn nf i 

hension appears to ha^ve been excited among some of*^ the inLbitfnfa rf 

House of Commons on tSis subject, thaUt H bee^saggc™d by arSs of t°he Tr°^ 

fiideration, and have determined to make such an alteration in^l. i much con- 

to Kingstown as will not only meet the suies^fort e,r ?; ? Bui ock Road 

us, by tunnelling under the blrty-foot Roaifto bring the terLuntS "the Atminhei^T^ 
wilbm the present station at Kingstown, which will manifestly much tnluTt^ t e c^ 
venience of your passengers to Dalkey.” ^ wuuuce xo uie con- 

“ The additional cost of these alterations and additions will bs about <»nno7 j 
trust that this concession will be received as evidence of our anLty to avoid e^n atm^e! 
headed or imaginary injuries. ^ avoiu even appie- 

“ Since the accounts have been made uo, we have rpopJopfl • * i 

of the loan from the Board of Works, for the Da Aey u 

The portion of the above report, which intimates the intention of complying with vour 

win me suggestion ot your Lordships, assures them m the following terms • ^ ^ 

estimaiJScThfd bLn'mpm^wa^ ,‘,^0 uo’t^f Speech of „r. J. 

;fvZs.fdi'r:rLt?L m^^i^ “sZtTto„i' 

coSnIySd VbeTeft “>'abitants, and carry the road 

Willi the^new road intsmtod fo^h “ Railway upon the present level, so as to unite 

to the^thU f ,1 “ “ ° *^aa‘arn Pier to Glasthnle. With regard 

the mprieCs toot ‘'■'h 'iw'l'ato had already mforlied 

for fhe^comfet on o?tb / h ^ ““11 sufficient 

S"8ge?ted ii?K™T'’“‘ ‘““'ul across the front of the harbour, as 

l»il»u,Cslroffitt\o^h“pr^sem >™us- 

SDffeested bv vnnT. t,.v i 'r present statioii-nou.se of the Company, is the portion mitted to Treasurv 
preservation Vthe harbom-^^an?’' ^ would satisfy all parties interested in the with the letter of^’ 

ilitiire of money than tlm ' ^ '“P?®® ““ *■“ Railway Company a larger expen- si Fab. 1843. 

fl* ComZl^v aie justly entitled to, for the great advantajes coSferred on 

lyamolp tna Commissioners of Kingstown Harbour and the Board of Works, 

»‘pnbUcbodl 3‘^’??ir!‘n“^ <laan “> be irregular, and improper 

^puouc Body, and which they now proceed to point out. 

Si BeccmbSTS9‘°it°“-ll“'''"“"'*',; by Mr. Orpin to your Lordships, on the P. ,8, Pari. Paper. 

Eailway Acrthen inme? S'T/i, S ““““ Kingstown 

‘Ohesofthe trmway to bad always contemplated possessing them- 

«>ta°thM'to.'''n; have obsereed that the Memorial of Messrs. Samuda and Clegg, 
ye‘ after ^'"gstown Railway were well disposed to assist them, and 

°'^jects interPfiHrS- 4® permission, no further steps appear to have been taken. All the 
rented, whirb j !? might have been obtained under the permission thus 

November iRsM full with the prayer of the Memorialists. On the 22d 

iuninr 'vl months after Mr. Samiida’s experiment was sanctioned, Mr. James 
Kincaid Dublin and Kingstown Railway, tlius writes “to Joseph 

Railway to DaiVn Railway Company, urging the advantage of extending the 

265, uud your Lordships will please to recollect that the Commissioners P..7, Pari. Papeiv 

A 2 of 82 Nov, 1841, 
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4 CORRESPONDENCE: DUBLIN aw/ KINGSTOWN RAILWAY, 

of Pablic Works, who report oa the propriety of lending public money, are also the Cob. 
missioners of Kingstown Harbour. Mr. Pirn says, I may be reasonably asked at this 
period, bow I would propose that the necessary funds should be raised . I need not assure 
you, that this part of the subject has had my most anxious attention, and I am well pleased 
to be able to add, that the result of my inquiries is in my opinion enunently satisfactory.” 
“Without ffoing into much detail, I would merely state, that the Board of Public Works 
fully unite with me in the importance of the invention proposed to be tried ; and also takio? 
into consideration the unquestionable security which the Company can give, they would he 
disposed to recommend a loan to us of the entire amount which would be required, aud 
which, in order to be on the safe side, I assume to be 25,000 1 . 

“ In the same liberal spirit the Commissioners of Kingstown Harbour will probably 
recommend that they shall be authorized to sell to the Company one-half of their tram-road, 
at the proportionate price which it cost them many years since, and which is exceedingly 
moderate.’^ t j 1 • 

Your Memorialists would not have presumed to address your__ Lordships a^ain on this 
subject, if they had not seen Mr. Trevelyan’s letter of the ISth February, to the Commis- 
sioners of Public Works, refeiTing to their Report of 22d December ; on our Memorial, in 
which your Lordships suggest an arrangement, namely, the construction of a tunnel, which 
would be satisfactory to your Memorialists, and to which neither the Board of Works nor 
tlie Railway Company can reasonably object j and believing that your Lordships have full 
power to protect the rights of the public in this matter, notwithstanding the_ Lords Jusdces 
may have been induced to sanction the ti-ansfer of the tramway on imperfect information, by 
their being induced to believe your Lordships had lent 25,000 Z. of the public money for 
this expenmcnt, although the approval of the Lord Lieutenant had not yet been obtained, 
and had thereby conveyed your approval of all the acts of the Commissioners of Public 
Works, acting as Commissioners of Kingstown Harbour. 

Your Memorialists now beg leave to advert to the report of the Commissioners of Public 
Works, dated 22d December 1842, addressed to your Lordships in reply to our Memorial 
of the 3d of same month, on which they were directed by your Lordships to report. 

They state, it was necessary to acquire the fee of the tramway by purchase : which, 
according to their letter of 23d July 1841, they were then about to do, although their en- 
gineer, Mr. Barry Gibbous, in his letter of 30th November 1838, stated that one line was 
sufficient for public purposes ; which is proved by the fact, that the Commissioiiere s)ld 
one line to the Railway Company 14 months after they bought it for the public, on the 
plea of its being necessary for public purposes. 

It is stated that the foreshore was all rocks, which had been improved with public money, 
which is the reason Memorialists think the public entitled to enjoy it ; and are aisu of 
opinion, that your Lordships, if applied to by the Commissioners ot Kingstown Harbour, 
would not allow them to permit the erection of a club-house on the edge of the harbour, oo 
the rocks so described by them. 

Memorialists also assert that the Commissioners of Works are mistaken when they say 
that sufficient passages have been left across the exisling Railway, which intersects tw 
harbour up to the Forty-foot Road ; nor is the bridge of the breadth asserted by them. 

Memorialists also assert that the Railway Company did not obtain the sanction of the 
Admiralty to cross the old harbour of Kingstown, as your Lordships may learn on applica- 
tion to the Admiralty. That the Coramissionei's of Public Works acting as Harbour &m* 
missioners, permitted the Company to cut off a large portion of the old harbour of Kings- 
town, contrary to the wish of tiio Admiralty, instead of obliging the Railway Company to 
construct the Railway on arches, and consequently the remaining portion of the harbou 
is much injured, and is no longer safe in N. E. gales, owing to the reflux of the waters. 

The Commissioners assert “ that the Memorial is not universally signed by the princips! 
inhabitants most interested in Kingstown, nor by the agents of the lords of the soil. That 
the motives of Memorialists arise from causes they would not venture to bring forward.' 

The Commissioners next defend themselves from the great impropriety of employing tbe 
engineer of the Railway Company in the service of the public, wliich they term “ an unwor- 
thy insinuation of Memorialists.” Memorialists beg leave to inform your Lordships, that 
the agent of the lords of the soil is a director, and was in 1841 the chairman of the Rail- 
way Company, which the Commissionei’s of Public Works concealed from your Lordships. 

Memorialists regret to be obliged to state that they have no confideoce in the Comics- 
sionem of Public Works, acting as Commissioners of Kingstown Harbour ; they do not 
assert that their motives arise from causes which they do not venture to bring forward, but 
they are of opinion that the papers printed by order of the House of Commons, as quoted 
in this Memoiial, furnished strong grounds for inquiry by your Lordships into the couduct 
of their office. 

Memorialists therefore pray that your Lordships will direct an inquiry by a corapet^ 
engineer of the Ordnance department into the allegations of Memorialists as regards t * 
construction of the Railway across the harbours, and that your Lordships will restram tn 
Commissioners of Kingstown Harbour from disposing of public property in future witliou 
the sanction of your Lordships. 

29th April 1843. And Memorialists will ever P»y- 



Treasury Order. 



Tueasuuy Order upon this Memorial. 

Refer to the Board of Works in Ireland for any observations they may have tooff^f' 

5 April 1043. 
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Sir, Office of Public Works, i6 May 1843. 

Thk Commissioners of Public Works beg to return the Memorial of certain H. R Pat„e Eaa 
inhabitanis of Kingstown, which accompanied your letter of the 5th instant, refer- t" C.E Tre.e-’' 
i-ing to the extension of ihe Dublin and Kingstown Railway, on the atmosuheric ^”3' 
principle, across a portion ot the harbour. t' ^16 May 18.13. 

The professed objects of the Memorialists being, to obtain a covered way or ' 

tunnel for the portion of this extension which traverses the harbour of Kinestown 
in lieu of an open cutting it might be sufficient, as a general answer, to inform the 
Lords of Her Majesty s Treasury, that the entire distance referred to is now in 
conforonty with their Lordships suggestion of the 13th February 1843, in course 
of construction, of such depth of excavation, and of such side walls as to be ner 
fectly adapted to be covered over m a substantial manner, so as to coincide with 
the present level of the ground ; ,t will rest with the Government to fix on the 
extent ihey may think proper that should be so covered by the company 
The only difference, therefore, between what the Memorialists desire, and what 
,s actually the case is, that they wish to enforce the immediate execution of the 
lunnel, not admitting of any doubt of its propriety, while the Commissioners are 
willing to leave the completion to be as experience may show to be requisite 
taking care to have every communication at once made that can be of =er«ce in 
the present state of the harbour. 

The Memorialists express a doubt of the result of the operation, from certain 
expressions made use ot by the directors or principal officers of the companv. 

It IS very natural that these gentlemen should give out to rheir proprietoi^ their 
inteations, according to their own views of what may be necessary to be done - but 
the Commissioners on the part of the Government have nothing to do with\nv 
such statement, even although they should be opposed to their own views. When 
ISms ^ company to shrink from its engage- 

According to the general tenor of the arguments of the Memorialists, it would 
be supposed that every concession made to the railway company was exclusiveiv 
as a matter of ^vour to the parties composing it j whereas the Commissioners 
look upon the Dublin and Kingstown Railway to have been of very essential 
advantage to the harbour, and to Kingstown j and the enormous passenger-traffic 
on It IS decisive proof of its being of very great service to the public. 

the proposed extension will, in the opinion of the Commissioners, be not only 
an addition to those advantages, but will afford- the first substantial proof of the 
value to be attached to a new system of locomotion that may be of great import- 
atice to the country. ® ^ 

Commissioners have, on principle, thought it right not to obstruct 
estaoiishments of such general benefit, they have used their best endeavours not to 
concede any public object that they thought could in the slishtest degree compete 
with the advantages to be obtained. ^ o t- 

0 prevent misapprehension by their Lordships, the Commissioners think it right 
advert to two or three points which occur incidentally in the Memorial and 
letter enclosing it. 

Ihpck^. “ade against the permission given to erect a club-house on 

- vDoie ot the harbour. It is not easy to conceive what can be the objection. 

^ *• ? ‘I'^^^stion is a boat-club ; the basement of the building is appropri- 
^ r ‘ ^eposit of light rowing-boats, and an inclined plane or slip is 

earned down from it to the water. * 

‘^therto applied to any public use, nor, as far as the Com- 
missioners conceive, likely to be. 

idven introduced into the lease, by which a power is 

dient t° ' h to re-enter into possession whenever it shall find it expe- 

arrancr^ without any compensation whatever to the club. The whole 

site and nature of the building, received the express 
giving it Lieutenant, who even consulted the Admiralty before 

Memorialists assert that the bridges across the railway are not of the 
ferricff Commissioners’ Report, and in this they are correct. On re- 

lWanp° ^ k Commissioners now perceive, for the first time, 

^ ‘ rror has crept into the copying of their Minutes, by inserting a width of 
“ 3 - .or...* 



38 feet 
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38 feet as that of the bridge across the railway, instead of 30, which the Commis. 
sioners have always been well aware was the breadth. 

3. The Memorialists accuse the Commissioners of concealing from yovir Lord- • 

ships the fact of the agent of the lord of the soil being a director of the railway 
company. ’ ! 

The Commissioners see no reason for concealing or for mentioning the circum- 
stance; it seems to be a natural, as it is an usual, arrangement for the advanta<reof 
all parties. 

4. The Commissioners can have no objection to any investigation into the cir- 
cumstances of this or any other case connected with their duties, except that it 
might imply that a primd facie case had been made out against them. 

I have, &c. 

(signed) Henry R. Paine, 

C. E. Trevelyan, Esq. Secretary. 

Treasury Chambers, Whitehall, London. 

P, S . — The papers which accompanied your letter are herewith returned. 



J. Orpin, Esq. to 
C. E. Trevelyan, 
Esq. 

6 May 1843. 



Sir, 17, Dame-street, Dublin, 6 May 1843. ' 

Referring to my letter of the 29th ultimo, transmitting a Memorial to the ' 
Lords Commissioners of Her Majesty’s Treasury, from certain inhabitants of 
Kingstown and its vicinity, respecting the Atmospheric Railway from Kingstown to 
Dalkey, I now beg to acquaint you that I have been instructed by the Memoria!. 
ists respectfully to express their earnest hope and solicitation that their Lordships ■ 
will direct the Commissioners of Kingstown Harbour to atop the works now in 
active progress at that harbour, until their Lordships shall decide whether the 
works are to proceed on their present plan, or by tunnelling across the sinall re- 
maining portion of the front of the harbour, or until their Lordships shall decide 
on the prayer of the memorial which I had the honour to transmit. 

They take the liberty of making this additional representation, as the railrwiil 
company are rapidly progressing with the works as an open excavation, instead of 
a tunnel. 1 

I have, &c. . | 

(signed) John Orpin, 

C. E. Trevelyan, Esq., Solicitor to the Memorialists. 

Treasury Chambers, Whitehall, London. 



Treasury Minute, dated 9 May 1843, on the foregoing Letter. 

Treasury Minute, Weite to the Commissioners of Public Works in Ireland, desiring that they 
dated 9 May 1843. will report to my Lords whether the works which are now being carried on by tlie j 
■' Kingstown Railway Company, in the neighbourhood of the harbour, are of sucii , 

a nature as to throw obstacles in the way of a tunnel being hereafter formed, in * 
case it should be decided that the approach to the harbour must be constructed ■ 
in that manner ; and if the works now in progress would have that effect, tliat 
they will give directions for the suspension, until my Lords shall decide upontb 
question whether a tunnel will be necessary. 



H. R. Paine, Esq. 
to C. E. Treve- 
lyan, Esq. 

10 May 1843, 



Sir, Office of Public Works, lo May 1843- 

The Commissioners bave bad the honour to receive your letter of the Sti 
instant, signifying the desire of the Lords Commissioners of Her Majesty’s Trea- 
sury that they would report to their Lordships whether the works which are be)»! ! 
carried on by the Kingstown Railway Company in the neighbourhood of the hit- i 
boor of Kingstown are of such a nature as to throw obstacles in the -way of I 
tunnel being hereafter formed, in case it should be decided that the approach h 
the harbour must be constructed in that manner, &c. 

And I am directed to acquaint you, for the information of my Lords, that ll|‘ 
works of the extension to the Dublin and Kingstown Railway, on the atmosphe* 

principle 
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piiDcipIe, now in course of construction, are to be of such rlmth ■ , 

walls of such nature, for the entire distance that traverses KL«owrHrrblr‘‘ 
;:,d covered over-bead, so as to fornr a tunnel unSenhe ^re^Unt 



C. E. Trevelvan, Esq. 

Treasury Chambers, ’Whitehall, London. 



I have, &c. 

(signed) Henry R. Paine, 

Secretary. 



XitEASOBY Minutb, dated 12th May 1843. on the foregoing Papers. 

telLTShel^lLTThe’^^^^^^^ A<i“i'-alty, and Minute, 

Kitgslown Railway Company in the neighbourhood of the harbour of Wstown 
» Sarbour- P““ic Works, are likely to be detrfSai ^ 



With reference to your letter of the 12th ultimo^reouTsw' tn'^h^ j > 

with the opinion of my Lords Commissioners of the Admiraltf lether ’'certain i ETrllS.'” 
works which were being carried on by the Dublin and Kingstoln Sav Com Es, 
pany are likely to be detrimental to Kingstown Harbour I am comm.nS'^h J”” 

Lor s to acquaint you, for the informatiol of the Lords ’of Z TeZryllZ Z 

dicho?aZrhtTwr of coursc’no jurist 

much greater length than 50 yards of the new railway ought there 
fore, to be tminelled or substantially covered ; but the exact quantity lenuisite for 
free and useful access can only be determined by an mrpreiirdmed e^nikiatfon m 
J°Afl'^h f Pcccctl “'id the situatio^ir of the houses. 

of the railway is to be tunnelled or covered 
reilwl tothe“ ‘^h '" '^efo'o the company be allowed to open the 

ilscol edo7as“i‘n‘'’.r'' “ay then be adopted by the company to avoid 

completion, as m the similar case of the compensation harbour of Dunleary. 

C. E. Trevelyan, Esq. 

Ircasury Chambers, Whitehall, London. 



I am, &c. 

(signed) Jm. Barro'w, 



TKEisuitY Mimutb, dated l6th June 1843, on the preceding Letter 

Commissioners of Public Works in Ire- Treasuw Miuute. 



1 a copv or m: 

and for their information. 

lot* Comndsr;™*^'^ the opinion which has been given upon this subject by the 
company should h * *1^ Admiralty, it would seem to be proper that the railway 

Piet^of fte”Lrbniir7'‘ tb °Tl f without delay from the eastern 
cWpsunderstood l ^1! ‘f 'within which limits their Lord- 

AanlM ra U» t 1°'” ® ofWorks, dated the 10th ultimo, 

"atnre as to j of “ such depth and with side-walls of such 

<l>e Present fo.Lr'*?^? over-head, so as to form a tunnel under 

But b f * ' ■ 

“>nirounfoatfoii*S'«® ®“ctl directions on the subject, my Lords will await a further 
State tha of tlie sentiments of the Commissioners of Public Works. 
P'''>PeitvcornTJtT ■. 1 * 1 ?’'* ''ilh regret that one portion of the public 

265.' ^ Kingstown Harbour has been sold, and that other portions 

4 have 



dated 16 June 1843. 
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Lave been permitted, on certain conditions, to be appropriated by private parties 
without the consent of the Boai'd of Treasury having been previously obtained, an^ 
their Lordships desire that they may be consulted before any further transfer h 
made of any part of this prope rty. Add, that my Lords wil 1 communicate with the 
Commissioners on the subject of the club-house which has been built on the edoe 
of the harbour, and of the compensation harbour adverted to in the letter frow 
the Secretary to the Admiralty, as soon as my Lords shall have obtained full 
information on those points from the Lords Commissioners of the Admiralty, and 
shall be in possession of their Lordships’ opinion upon the subject of them. 

Transmit a copy of this Minute to the Secretary to the Admiralty, and request 
that he will move the Lords Commissioners of the Admiralty to furnish my Lords 
•with full information on the subject of the club-house which has been built ou the 
edge of the harbour, and of the compensation harbour adverted to in the letter of 
the Secretary to the Admiralty, and also to favour my Lords with their opinion 
on each of those points. 



J. Banow, Esq. to 
C. E. Trevelj'ao, 
Esq. 

24. June 1843, 



Sir, Admiralty, 24 June 1843. 

In reply to your letter of the 21st instant, I am commanded by my Lords 
Commissioners of the Admiralty to request that you will inform the Lords of the 
Treasury that my Lords cannot furnish a plan or any accurate information about 
the club-house which has been built at the edge of Kingstown Harbour, for no 
plan was ever sent nor any communication made to their Lordships by the Board 
of Works of their intention to permit such a building to be erected in sucli a 
place ; and tbeir Lordships command rne to express their decided opinion, that 
no part of the piers, wharfs, or shores of that harbour should be appropriated to 
private purposes, and much less to objects entirely unconnected with the re6t and 
repairs of vessels which take shelter there. Anchor-wharfs, cable-stores, coal- 
staiths for steam-vessels, and many other useful appendages to a refuge harbour, 
will gradually be wanted, and for such legitimate purposes every foot of the shore 
should be inviolably reserved. 

With respect to the compensation harbour I am commanded to state, tliatin 
1833 the Dublin and Kingstown Railway Company proposed to carry the railwaj 
across the middle of the old harbour of Dunleary, on a solid embankment, but 
•was prevented from so doing because, 1st, it would reduce that convenient little 
cove by one-half ; 2d, because the reaction of the sea from the embankment would 
be mischievous to vessels lying at Dunleary Pier ; and, 3dly, because that halt 
of the cove which was to be destroyed contained the only sloping shore at the 
lee side of Kingstown Harbour on which distressed vessels, without anchor, 
might throw themselves in easterly gales. In fact, on that sloping shore Her 
Majesty’s ship Dwarf was laid, after being raised in the harbour w here she had 
foundered. 

In the following year a petition, under the seal of the above Company, was 
presented to their Lordships, praying to be allowed to carry the said embankment 
and railway into execution, and offering, as a compensation for that part of 
Dunleary Harbour which was to be cut off, to extend the harbour to the westward 
by means of an artificial cove, with an inclined shore, on which small craft might 
beach themselves, and on which disabled vessels might safely take the ground. 
A copy of this petition, with the plan and specification of the proposed work, are 
herewith transmitted. 

To this petition their Lordships readily assented, in order to save the parties 
from the expense of tunnelling through the rocky hill which rises immediately 
from Dunleary, but with the understanding that this compensation cove should 
be executed simultaneously with the embankment. 

In 1 837 > ®y Lords having learnt that the embankment and railroad were nearly 
completed, and that no progress bad been made in the compensation liarboufi 
wrote to the Company ; who answered, that on the receipt of their Lordships' 
letter they applied to the Board of Works for leave to commence the projected 
alteration, and were told iu reply that that Board disapproved of the plan, and that 
without the orders of the Lord Lieutenant they would not permit it to be 
executed. 

A communication was immediately made by their Lordships to the LordLieiJ- 

tenant, through Lord Morpeth, requesting that the necessary orders should be 
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given to the Board of Works, « as their Lordships attached considerable iinoortance 
to the maintenance of this smaH safety harbour,” To this ^ 

tan months, Lord Morpeth replied, that the Lord Lieutenant had W 

and inspected the place, and that his Excellency concurred in the oninio ^ '"f ‘in'* 

Board of Works, that Dunleary Harbour had Len raS im;;t, Zn int ed 

by the railway crossing it. In their rejo nder to Lord Moroeth’s 

Lordships showed the fallacy of this opinion; but no 7 ep“wis eVei ^de Z 

no further steps have since been taken. Nevertheless I am i 

through you Jo the Lords of the Treasury, th^SaLrthTtZytofdreS 

to entertain their former opinions as to the ntilitw nf f ho ^ 

that little cove, and their {onviotion that t orsZ^e“iLlt\x^ ZlvtsJS^tTfot 

Lpiete™™"’ “‘“'■‘ved, in order to render Kingstown Harbour 

C, E. Trevelyan, Esq. f •„ 

Treasury Cliambers, Whitehall, London. C S ; J. Barrow. 



To the Lords CoMMisstowEEs for executing the Office of Lord High Admiual 
oi CjREAT Britain. 

The Memorial of the Dublin and Kingstown Railway Company, 
Respectfully sheweth, 

That your Memorialists beg leave to submit for the considerofi^n „r 
Lordships, a plan of Dunleary old harbour, showing a mode of compensation for 
the portion proposed to be cut off by the extension of the railway,‘^rd d“o“ 
spee&ation of tto works proposed to be executed agreeably to said plan bodi of 
which are dated the 22d May, and signed W. Cubitt. ^ ^ 

tWn anxious desire of your memorialists to promote, by every means in 

Zt Ihe public and the usefulness of Ihe railway; and 

liS these ol^ect" “ '“Emitted may be foLd to 

Your memorialists therefore most respectfuUy pray your Lordshins to aive 
th ZZrrhZn fi"bour of Dunleary,” in 

^IrnnfZrZdfiZl'm"* blstruotions^’aild 

^ich is respectfully submitted. 

Witness the seal. j,,,. Company.] 

(signed) James Pm, jun., Treasurer. 



Dublin and Kingstown Railway. 

SrEcipicATioN of the mode of making Compeksation to the Old Harbour 
Dunleary for the part cut off by the line of Railway passing acrosfit 

iarteZiTaZ aZ" "f f ‘r '« founded is that of leaving the 
protect n1 f ’’f ‘ogether 

square yZs of beaZ k’'^ Zk formation of about 5,000 

«thesame afa sZ; r" ‘■'gl'-^'er mark of a ,2-feettide, with a continuation 
fo the beach undp/tl, low-water, and an archway for access 

fication. ’ railway, is shown in the plan accompanying the sped- 

“f&gstownZTrfZ iiraoiend of the great western pier 

“•kefurvL fom lb Z “‘k“i ='??“ “ ““ P‘“> 

‘““''slopes to th” described, with a top of 40 feet wide, and outer and 

"f»hichit is of the main pier, 

i’'® plan loo fZr *T’ J" “• ’“"ding-pier and breakwater, as shown in 
’““‘•quay and / k“?i “"d. “ut of part of the present 

‘“make a’fl;„kt“r “ “P “r western side with two landing-stairs, and 

’aAour-Dier^in f'°™ ‘be top of the landing-pier to the top of the main 

P'S'tothe “ ‘"“dway 12 feet wide, from the top of the landing- 

ohest part of the beach, as shown in the plan, by which means access 

may 



Memorial of the 
Dublin and Kings- 
town Railway 
Company. 



Specification. 
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may be had to the knding-pier and stairs, either from the archway under tiie 
railroad, or from the top of the harbour pier, as may be required. 

The railway line shall.be commenced and brought up with a dry rubble stone 
face battering, six inches to the foot, on the harbour side, the stones well laid 
and banded in the best manner of such work ; the whole of the embankment for 
the railway and Government ti’am-road to be of stone rubble work from tb 
bottom to the top, laid in the most solid manner, and with a slope or batter on 
the land side of i horizontal to i perpendicular. 

The beach in the new part of the harbour shall be commenced by setting oat 
a level line, at right angles to the railvvay, of the same height as a 12-feet tide, 
in the situation shown in the Plan marked *' High Water Line of a 12-feet tide,” 
from which line a plane passing down into the harbour, with a slope of 12 hori- 
zontal to 1 perpendicular, shall be the surface of the beach to be formed between 
high and low water, and from the same line a plane passing upward, with a slope 
or inclination of 24 liorizontal to 1 perpendicular, till it obtains a height level 
with the landing-pier, shall be the surface of the beach to be formed above high- 
water mark, and the remainder of the enclosed space to be made at a height level 
with the top of the landing-pier. 

Before proceeding to lay in the sand and shingle to form the beach, all rock 
in the new enclosed space shall be blasted or taken off to a depth of two feet at 
the least below the surface of the plane above described, forming the proposed 
beach, which shall be composed of clean, sharp sand and fine slilngle, well tilted in 
and levelled down to the slopes and heights abovementioned. 

A passage may underneath the railway (of not less than nine feet in the clear 
height, but more if possible), be made to the beach, in the situation shown lathe 
plan. 

The Kingstown sewer to be taken up where this work interferes with its present 
course, and be rebuilt at the back of the new embankment or pier, with a proper 
fall into the tideway, or may be carried round within and under the outer slope 
or glacis of the embankment, so as to discharge at the back of the Chickens’ 
Rocks, if thought desirable by the railway company. 

In carrying the above works into execution, the whole is to be done subject 
to the control of the Lords Commissioners of the Admiralty, and to the inspec- 
tion and approval of the Commissioners of Kingstown Harbour, and their resident 
engineer for the time being, or such other engineer as the Lords Commissioners of 
the Admiralty may appoint, and all conveniences, erections, buildings, roads, and 
tram-roads, &c., now standing and being in use for the said commissioners of thesdd 
harbour, shall be re-instated by the railway company, and the Government tram- 
road, which is to be carried at the outside of the proposed line of railroad, from 
its termination opposite the Forty-foot Road to the western pier of Kingstowa 
Harbour, shall be carried at such direction, height, and level, as shall by the slid 
commissioners of the said harbour be directed, and to the satisfaction of their 
engineer as aforesaid. 

The segmental part of the old harbour cut off by the line of railway to be left 
in its present state, or filled up by the said railway company, at their option; if 
filled up, to be done to the level of the adjoining ground, and in that case all the 
rubble stone, &c. comprised in the slope and boundary walls, maybe taken up 
and re-used by the said railway company in any of the works comprised in the. 
alteration and crossing of the old harbour of Dunleary a% above described; but, 
should the said railway company determine to fill up the segmental part of the 
old harbour, in the first instance, and will carry the same on at the same time, and 
at all times during its progress, of the same height at the least as the stone 
embankment across the said harbour for carrying the railway, till it shall have 
attained the height of the adjoining ground, it shall not in such case be imperative 
on them to make the said rubble stone embankment, or retaining wall, of such 
large dimensions as above stated ; but that a top of 15 feet, equal to the width of 
the Government tram-road, with a batter of six inches to the foot on the harbour 
side, and a slope of one horizontal to one perpendicular, on the land side, th® 
whole well and solidly built of dry rubble work, shall be sufficient. 

Lastly, the said railway company shall not open the railway across the 
harbour^ of Dunleary for public use, nor use the same in anyway as a railway, 
except for the construction of their works, till such time as the enlargemeatof 

the said harbour, tlie construction of landing pier and breakwater, and the foriM' 
tion of the new portion of beach and other works herein described, ami drawuoa 

apian 
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a plan bearing even date and like signature with this specification, shall be com- 
pleted ; such completion to be certified in writing to the Lords Commissioners of 
the Admiralty by the Commisstoners of Kingstown Harbour, or their resident 
engineer for the time being, or such other engineer as aforesaid, as the Lords 
Commissioners of the Admiralty may appoint, and whose expenses in such case 
shall be borne by the said railway company as part of the charges and expenses 
of making these works, and carrying their plan and specification into effect 



London, 22 May 1834. 



(signed) hF. Cubitt. 



Tiieasoey Minutj!, dated 27th June 1843, on the preceding Letter from 
the Admiralty. 

WaiTE to the Comrnissioners of Public Works, Ireland, in continuation of the Treas.™ Minate 
commumcation from this Board of the 19th rnstant, and transmit a copy of this =7JoncV84r 

letter, and or its enclosures lor their mformation. ' 

State that my Lords concur in opinion with the Lords of the Admiralty that 
no part of the pters, wharfs, or shores of Kingstown Harbour should be anpronri- 
ated to private purposes. ^ 

The club-house, which has been built on the edge of the harbour will under 
the condition on which its erection has been permitted, be taken possession of on 
the part of the public on the first occasion on which its site may be required for 
any public purpose, and in the meantime it will be the duty of the Commissioners 
of Public Works to take care that the building is not repaired or altered in any 
such manner as would be calculated to give a character of additional pemanency 

Their Lordships entertain no doubt that the Commissioners of Public Works 
have taken every requisite precaution to secure, by the execution of proper lecal 
instruments, a prompt compliance on the part of the occupants of the club-house 
with the condition (whenever they may be called upon to fulfil it) on which they 
were allowed to erect a temporary building within the precincts of the harbour; 
but as my Lords entertain a strong sense of the responsibility attending every 
appropriation of the ground upon the interior margin of a national harbour upon 
which large sums of public money have been expended, and which is likely to 
becoaie ot extended use and advantage, their Lordships request that they may be 
turaishcd with the correspondence which has passed with the parties at whose 
expense the club-house was erected, and with the legal and other documents con- 
nected with the transaction. 

The si^ject of the compensation harbour' which the Dublin and Kingstown 
haiiway Company engaged to construct, in consideration of tbeir being permitted 
carry the railway across the old harbour of Dunleary, appears to their Lord- 
sflips to be deserving of serious attention, and ray Lords request that the Com- 
missioners of Public Works will transmit for their information the correspond- 
mce which is on record connected with the subject, and that they will furnish 
repair additional explanations as may appear to them to be 

Transmit copy of this letter to the Secretary of the Admiralty for the informa- 
tion of the Lords of the Admiralty. 



w . Office of Public Works, 

^ lay It please Your Lordships, Dublin, 12 July 1843. 

Kingstown Harbour, we have received communications j. p Bur?ovne and 
IhhmLf dated igth and 28th of June, on the subject of that esEab- J. RadclifF.^Esqrs. 

atdK' ’ ■ particularly with reference to the operations of the Dublin to die Lords Com- 

ofiKo Kailway Company, each letter containing one from the Secretary of Her 

chiefly founded*^^' 'vltlch itwould appear that your Lordships’ opinions have been ® 

of cannot refrain from believing that the Lords 

265 have been greatly misinformed on the whole subject, as we con- 

B 2 ■ sider 
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pider will be apparent from the following explanations, which your Lordshlpj, 
previous to coming to any final decision, have permitted us to submit. 

Before rendering explanations on the several particulars, it may be right to 
advert to the expression of your Lordships regret, that any portion of the public 
property connected with Kingstown Harbour should have been sold, or permitted 
to be appropriated by private parties, without the consent of the Board of 
Treasury, and to the desire that your Lordships may be consulted before aoy 
further transfer be made. 

On this subject we beg to remind your Lordships, that Kingstown Harbour is by 
Act of Parliament, 55 Geo. 3 ? c- expressly under the jurisdiction of the Lord 

Lieutenant; that we were individually appointed commissioners of the harbour by 
the Lord Lieutenant, and have hitherto on all occasions applied for, and taken his 
authority on the various matters connected with that establislinient, includiag the 
sale or appropriation of land or premises, which in fact could not lake place 
legally without his sanction. 

"in the expenditure of the public money on the harbour, we have necessarily 
also had many communications with your Lordships respecting the establishment, 
and also in case of reference from your Lordships ; but we believe that the 
different subjects of reference have been kept distinct. 

After this explanation, we will request the favour of further instructions whe« 
ther your Lordships’ sanction in the case of the proposed appropriation of any of 
the premises is to be applied for, concurrently with the application to the llord 
Lieutenant, or in what manner we are to proceed as regards the two authorities, 
and how far your Lordships wish the same rule to be adopted with respect to 
Howth, Donaghadee, and Uunmore Harbours, and the public buildings of Dub- 
lin, all of which are similarly circumstanced, in being by Acts of Parliament under 
the Lord Lieutenant, from whom we and our predecessors have hitherto alwa^ 
obtained an authority for our several proceedings. 

There are three specific matters, with reference to which the representations 
from the Admiralty animadvert on the assumed impropriety of our proceeding: 
1st. As to the manner in which it is proposed to allow the atmospheric extension 
to traverse a portion of the harbour ground. 

In our letter to your Lordships of the 16th May 1843, we explained very fully 
our reasons for the arrangement we proposed to recommend. And as it has been 
implied that w-e are not without '^prejudice” on the subject, the Lord Lieutenant 
in person has been pleased, at our solicitation, to examine the subject on the spot, 
and having had the objections and our reasonings explained to him as correctly 
as was in our power, his Excellency authorises us to state that he does not see 
any reason for requiring from the company a greater extent of covered passages 
than is marked on the accompanying tracing (A). 

"We beg, on this matter, to be allowed to observe upon two passages in the 
letter from the Admiralty. 

In the first, it is stated that “ fully three quarters of the frontage of KingstowD 
has been already sacrificed to the railroad company.” 

We presume that this means the frontage of the town, because, as regards the 
frontage of the harbour, it is not affected by it in any degree. 

The shores remain just as available for wharfs, quays, or other requisites, &c. 
connected with the harbour, as ever, for their whole extent ; with the additional 
advantage of having the town side enclosed, while every necessary means of 
access to them is maintained. 

With regard to the town, so far from any of its interests having been sacrifcfid 
by the extension of theraili'oad to its present termination at the Eorty-foot Road, 
they have been peculiarly and greatly benefited thereby. 

The inhabitants of Kingstown, as might reasonably be supposed, were most 
anxious, for this extension of about three quarters of a mile, from Salthili, where 
the railway at first terminated, to the middle of the harbour, in a most convemeol 
position for their businesses and residences. 

Their frontage previously consisted of an old uneven road, beyond which were 
the rough rugged rocks of the foreshore ; this has been replaced bv a handsome 
wide road, forming a terrace over the harbour, vrith ample footways, and for » 
great part an ornamental open iron railing. 

The shores have been since partially filled in, so as to become hereafter appli- 
cable for wharfs, or other purposes; and the inhabitants of Kingstown have, m 
common with the rest of the public, sufficient passages and access to every 

DOt 
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lOt exclusively appropriated, as one portion has been, with the c 

No objections have ever been hinted against all the arranvpm™*. a- 
Kingstown, by the agents to the lords of the soil, who have for greaUrintoe ? 
than any other persons, m preserving every advantage for the town® 

We trust that these reasons will show that any comnlaints from' l„Jl. -j 1 ■ 
habitants 00 this subject are most unreasonable ^ ndivideal in- 

The other passage in Sir John Barrow’s letter on which we desire to reniarlr 
15 Ihe concluding paragraph, namely, that “whatever nortion of tl,/ -i 

he tunnelled or covered, that «’Ork should be absolutely finisheVbefore the T 

paoy be allowed to open the railway to the public, oi- else means 
adopted by the company to avoid its completion as in the ' n 
compensation harbour at Dunleary.” ““ ■" the similar case of the 

In no way can the company avoid completing any such engagement if the 
Government should persevere in requiring it ; and the only mode k which that 
can be prevented, will be by proving by the result that the fulfilment of 
conditional engagement is perlectly unnecessary; it is that considerat.“rwhich W 

fftte cottmcZ :rthrc;4^^^^^ 

On this subject there is some great misnpprehension ; the Adrairaltv letter of 
24th JuQe states that no plan “ was ever ^pnt nnr 

t “"5 t - ux that'the Lords of t^e Admiralty to 

whom the Lord Lieutenant had communicated on the subject, had expressed Seir 
concurrence m the arrangement, provided the danse of surrender forX nubhe 
service, if requiied, were made sufficiently binding. ^ 

fhih oye*‘>ooked that the club in question is a boatins and vacht 

Sla ^ . 'crefore it was thought worthy of accommodation, if if could be 
rforded without injury, on the shore of the harbour, where alone it could he 

advantageously established; almost the entire of the basement “ ii feet one 
ftomitrthrrate” with a convenient slip 

it o'!! th! t'” or likely to be, was selected for 

2d he Admir'd I’''=r”“‘g‘‘™his full assent, after having ecX 

stronvedf ■^““™lty, subject to the provision which had been required, in the 
wilboft a!v?’ ‘ '"““f “,""= 1 ' by this Board of an absolute surrender, 

ny compensation, should the site be required for anv public object 

lovonr of which are senj herewith.'^wili prove 

«aautho2ed2nrnnri was carefu% attended 10, and no wanton or " 

Tli(» th’ ri of that ground made by tne commissioners, 

qcire efplanaro f''if the Admiralty on which your Lordships re- 

2pan7«“e e^ relative to the compensation harbour, which the railway 
dicoldharbour of Dutfear^™ ' permitted to cross 

harbour and town of 

th; consent omTZm™ 

IndaLd°2*''*’“ ‘he ground of injury to that harbour. 

"'“uld affoi’d M- representations of the great advantage the extension 

‘"d several memh ‘’“^r b’ '’v ® was a memorial signed by the high sheriff 

hordsliips admhted^' f °P *hem acquainted with the locality, their 

'“**! old harh™,, planned by Mr. Cubitt, c. e. by an addition 

'"d character to “rregionding as near as possible in space 

The comnan, ^ which was to be cut off by the railway embankment. 

*8rced to iKa I’, entirely at the discretion of the Admiralty, at once 

4 e power to '** "'‘'“ever might be the propriety of the demand, 

“‘■mate for th! “ ‘1 was well worth the 5,000 1 ., the amount of the 

265, ''ork, and thafsum was deposited for the purpose, and remained 

B 3 so 
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so for several years, the company being allowed in the interim to carry on tie 

extension. 1 cr. m- nr ■ 

As Commissioners of the Harbour and of the Board or Public Works, we made 
decided objections to this arrangement on the following grounds : 

1, We held it to bean acknowledged principle of the Government to render 
every facility and encouragement to the accomplishment of any useful public 
■work in Ireland that did not involve an outlay of public money, or the concessioa 
of any public property or interests, without in tlie latter case an equitable coni' 
pensation; that is, that Government would not exact payment from parties 
carrying on public works in consideration of the abandonment of a mere power 
it might possess to obstruct them, as individuals might think themselvesjastified 
in doing. 

Viewed in this light the question would be, not what Government could force 
the company to pay for permission to cross the harbour, but what was the value 
of the injury to be done to it, and that value it would be reasonable to require to 
be made good. 



2. The injury to be done to this old harbour by the railway embankment we 
valued as nothing ; on the contrary, we contemplated that the harbour, if any- 
thing, would be 'improved ; it was always very bad in many respects, and is so still, 
but certainly not in a greater degree than before. In these opinions we were con- 
firmed by that of the harbour-master, who has been in that situation since the com- 
mencement of the new harbour (25 years), by Captain Richard Warren, r. n., a 
very intelligent old officer, who resided at Kingstown for two or three years, and 
by every person we have consulted conversant with the place and capable of giving 
an opinion ; the Lord Lieutenant himself, Lord Normanby, having, as stated in the 
Admiralty letter, intimated formally the same. 

The result, after six years’ experience of the embankment seems to prove very 
strongly that these opinions were correct. 

There are three purposes to which this harbour can be applied, and which com- 
pose the utility claimed for it. One is the quay attached to the old pier, used ha- 
bitually by colliers for the supply of the town and neighbourhood, for which il is 
becoming insufficient; these vessels can only come in at high tide, in consequence 
of the shallowness of the water at the entrance, and are subject to the inconve- 
nience of injury to their bottoms by the swell in easterly gales, in grounding, as 
they do, at their berths at every tide. 

In no respect is this service affected injuriously by the embankment ; the extent 
of accommodation is the same ; but in the harbour-master’s judgment, the swell in 
the easterly gales is not so bad now as it was lorraerly, when it swept round the 
circular basin. 

• The second use of this old harbour was, affording a beach on which boats and 
small vessels may be grounded and have their bottoms examined or cleaned. 

■ This can be done as well now as ever ; there is ample space of beach for this 
purpose, and in addition, a slip connected with the embankment on which boats 
can be hauled up above high-water mark, an accommodation that did not exist 
before the extension of the railway. 

The third use claimed for the old harbour, is as a place to which vessels enter- 
ing in distress in easterly gales, and without anchors, might safely take the ground. 

In this respect the embankment has made no difference ; vessels running m 
Under the circumstances described would ground before they came to the embank- 
ment; in fact it was always quite unfit for such purpose ever since the western 
pier of the great harbour was made, and all vessels that have sought refuge in that 
manner (before the embankment of the railw’ay was made) have been lost. The case 
of Her Majesty’s ship Dwarf, which is quoted as an instance of its former utility 
that respect, is quite against it. 

That vessel having been sunk in the great harbour was subsequently raised and 
brought into the old harbour, where she grounded near the entrance, and 
broken up there by the swell of an easterly gale 5 neither more nor less wouW 
have occurred to her at the present day. _ , 

The old harbour of Dunleary has certainly several great defects, butitwoul 
appear unreasonable to require the railway company to remedy any except 
what were of its own creating. 

' 3. Our third reason for opposing the execution of tlie compensation harbour, 
was the very objectionable character of the project. .. 



Printed image digitised by the University of Southampton Library Digitisation Unit 



Me ATMOSPHERIC RAILWAY, and KINGSTOWN HARBOUR 15 

Mr. Cubitt considered that the best method of decidedly reconciling the Admi- 
ralty to the extension, was to prov.de previously similar nccomrnodation to that of 
,hich the harbour would be deprived ; but the result of so daiiveroi," a re estah 
lishment, at an enormous expense, of what was in itself most faulty and of the 
slightest possible value, by an inspection of the plan your Lordships wiUperce ve 
thata length of 100 yards of the western pier, containing ud.fiSs cubic yards of 
stone, and that cost 4,000 would have to be taken down and T-emoved a very 
short distance to be thrown into another shape. 

That with this part of the pier would be removed a small quay that is now fre- 
quently used for landing cargoes of brick, timber, fish. Sic ^ 

After this was done at an expenditure of 5,000 1. the onlv result eht»l„ej 1 j 

be an insignificant addition of beach for hauling up boats. Lie being no 
such accommodation as before explained. ® 

As for a beach which vessels in distress might run for in easterlv -t 
has been already stated the old Dunleary Harbour was altogether unfilk-lt By 
relernng 0 the general plan, . will be seen that this proposed new cov^would 
be precise y where the sea wouldfhen vent itself with the greater force 
The on y possible advantage that could be gained might be, in a slight decree 
lessening the swell in an easterly gale at the old pier, but possibly not even ?hat 
to any perceptible advantage, or even if it was so, it would be a work of ab“l„?e 
improvement, and not a compensanon for injury done by the company 
Our proposition was this, as it would be now. if the company Were to he 
required to pay 5 000 f. for liberty to cross the harbour, let the liLbour have 
iron. Its expenditure the greatest extent of improvement possible for K 
auionut, and not so fan ty and valueless a work as proposed, which would end in 
a great waste of national resources, whoe-ver was to pay for iu 

Ths Commissioners of Kingstown Harbour beg to reqLa tlm\ord'^S H a p ' 

1 “wav DubUn and l ngs. S'LtlZ’pvS' 

to™ Railway, as connected with that harbour. ® eo My 1830° 

Harbm?Tf t * ‘n" a”. necessity for crossing the old Dunleary — 

with Sh tLv aie" if ‘'’",^.‘‘“>'■“'‘1. nn<l«f «« general powers of jurisdiction 
Dort atd * ! u interfered, considering it a measure inji.iiou,s to the 

S 0 he ? “ "'*>«'■ ‘liny coMd allow the 

oeiisation '’1 ^ railway company should construct a com- 

® PoSe „ •f’ f Dunleary, as nearly 

cutoff. ° ''ustee of accommodation to what they were about to 

understand the points referred to. a printed Plan 
alarser lair„fT®i‘^® ““ ‘'^tbour. and a tracing on 

ancouipensatiof'' railway, and of the work required 

4 e extmt''ai?d*e°''^'^* Harbour have been always of opinion, taking in view 

between thp of the whole of the accoinmoclatioo comprehended 

from 0IH n ? piers, that the portion of beach to be cut off by the railway 
accomraodatinn ^ moderate expense 

aad thev rH I • value to the trading interest could be obtained ; 

on the subject opinion, after courting every information in their power 

Pe2tio^nKl^°^ of first-rate eminence) who drew up the project of this com~ 

"'odation a^ np assumed it to be his duty to provide for accom- 

tbat of whirb ti! ^ possible in the same ^situation, and of a similar character to 
"ould beo- fn Cl ^ ^^o'^ay was to deprive the harbour: but the Commissioners 
®xpendiim'P f adhering to so limited a view will lead to an enormous 

The rem | "" object. 

to inimense mass of very fine work to a new position, so very 

J^ssation nh by it, the principal feature in the proposed com- 

20 o- ^ ‘^ftnnot, in the opinion of the Commissioners, be considered a 

B 4 judicious 
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judicious application of expenditure ; and if such is the case, it is an impolitic 
appropriation of national property, whoever may be the party to bear the 
expense. 

The estimate for this work exceeds 5,oooZ., and the Commissioners hardlr 
believe that any man would say, if the question were put abstractedly (the rail! 
road being carried across the harbour), that this compensation harbour would b; 
the best mode of applying such an amount for the advantage of the shipping 
interests. 

The Commissioners consider this a fair light in which to put the matter; and if 
their view be correct, and at the same time it be deemed right to obtain tliat 
amount of expenditure from the Company, they would strongly recommend that 
the greatest possible benefit to the public be gained by applying it to the most 
judicious new works, instead of pulling down what has been made at vast labour, 
and is now very good. 

Should this point, however, be overruled, the Commissioners beg to know boir 
the work, as at present dehned, is to be conducted and superintended. 

The specification that has been drawn up, and sent to the railway company, » 
very indistinct on this head: it states, that the whole is to be done subject to 
the control of the Lords Commissioners of the Admiralty, and to the inspection 
and approval of the Commissioners of Kingstown Harbour, and their resident 
engineer for the time being, or such other engineer as the Lords Commissiooers 
of the Admiralty may appoint.** 

The Commissioners are no party to the transaction ; the work is about to be 
commenced, and consequently it is necessary that something definite should be 
known as to who is to watch over the proceedings, as well as to see that bo 
unnecessary injury is done to the works of the harbour generally, as to attend 
to and be a consenting party to any such alterations in detail as will be found 
occasionally necessary in every great work. 

If the Lords of the Admiralty are prepared to undertake this charge, either by 
their own engineer or otherwise, the Commissioners will give them and their 
agent every assistance ; or if it is desired that the Commissioners should watch ils 
execution, they will do so, making any modification that may appear to them 
desirable, but without interfering with the result being to the full extent n 
required. 

Another course might be adopted, which is, to obtain from the Company tbe 
amount of an approved estimate, and to execute the work under the immediate 
agency of the Commissioners, which would be attended with the advantage of n« 
allowing a private company to interfere with the works of a great public establish- 
ment of this nature. 

The Commissioners in this reference disclaim any wish of interfering with the 
operations of another service; but in a matter so intimately connected with a 
public charge confided to them, they esteem it a duty to lay frankly before bis 
Excellency their sentiments, and to endeavour to establish a perfect understanding 
for a due control over au important alteration that is about to be made in this 
great work. 

I have, &c. 

To Lord Morpeth, (signed) Henry R. Paine, 

he. he. &c. Secretary. 



A. Y. Spearman, 
Esq. to the Com- 
missioners ofPublic 
Works. 

8 April 1837. 



Gentlemen, Treasury Chambers, 8 April i837- 

I AM commanded by the Lords Commissioners of His Majesty’s Treasury b 
request that you will report to them whether any, and if any, what amngements 
are in contemplation, so far as you are aware, with respect to the proposed con- 
pensation harbour at Dunleary ; and I am at the same time to express their 
Lordships’ wish that no arrangement upon the subject should be entered iotobj 
you, nor any preliminary negotiation with the Kingstown and Dublin RaiIw»J 
Company, without the previous sanction of this Board. 



1 am, &c. 

The Commissioners of Public Works, (signed) A.V.Speamii^ 

&c. &c. &c. 
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Sir, DiAI'n and Kingstown Railway, 

I HEKBWITH beg to encloso yon a copy of a letter from 
from which it appears that the Lords of the Admiraltv are to 

the construction of the compensation harbour. ^ rmmed to enforce 

Under these circumstances I am desired by the dirprmr« i fLl 

will give the necessary instructions to the officers of the harbour, toTnabt‘„rto 
coBiinence and carry on the woi-ks forthwith. enable us to 

”Tcrtryt“.hf^^- i™., Treasurer. 

Commissioners of Public Works, 



Sir 

I AM commanded by tlie Lords Commissioners tf™rAdJiraw7*’ 

JOU, that my Lords are exceedinglv surprised to learn that ^ to acquaint J. Barrow, E,,. to 

taken for forming the compensation harC, r at D m » N’ 

neat entered iufo by the Lgstown td”"D:HL“t7wa;“c;tf, tdTat 

liowever unwilJing my Lords are to adont am? . *' 3 ana tbat, 

performance of this agreement, they wilfbe under the neraTskro/do''^"'”''"® 

the; understand that the company-are actually commL n^Ld cri?on .7 

necessary works for that purpose. " ® canvmg on the 

James Pim, [un. Eso. r • 

Kingstown and Dublin Railway Office, Dublin. Barrow. 



• • f -r. Ofi^ce of Public Works, Dublin 12 Anril 1897 
iHE Commissioners of Public Works hnu,» i.c/t tUea 1 1 . 

oflhe 8th instant, requiriim them to renorrtn tb^r — H.R.P™e, Esq.t, 

Majesty’s Treasury whethe^- am- A ^1 Lords Commissioners of His A. Spearman, lisq. 

plinf L a7thev are Ti,:. a'e in contem- ■«a7. 

Iiirliour at Dunlean- -^nncl nr tl ’ to the proposed compensation 

«. a demrd‘‘S lordships, that 

oiiied a compensation , ^ be allowed to proceed with the work 

missionAr* li? ^ ? 1 connexion with that of Old Dunlearv. the Com- 

«hose authority The eonT * T an order from the Lord Lieutenant (under 

ItJ lie Harbou-I Actl fhe P °f Kingstown Harbour is placed 

rthiu7rnsr,L I '’1 ° Comratssioners could not allow the pier to be interfered 
In case of „■ “'n-ld be very impolitic. 

6ive ■•™ediateI,f„tl7o,“:r:iferSs'rii^^ 

Snearman, Esq. Ac. fc. &c. (sig„ad^™’ p,,,. 



Sir. 



I have tiin lavesr. Office of Public Works, Dublin, 10 May i8‘^7 

"lord Moipeth a," eCd’rf”' t r”™-"’’" “/"^th April, LdreLd Sir J. F. B„,gyy„ 

Tile object of Sir T i n direction of the Lord Lieutenant. to T. Drum* 

^i^eefthe CommislnT? « communication is to move his Excellency to “""J- 

"•» Railway Cemnanv f ^Sstown Harbour to permit the Dublin and Ki^gs- "“S' 

•feed to by^that c3Z, li '’“R 

PK to move froSS "li u I beg, in the 6rst 

"'"to of a pronerd' “PPrehension any idea that a want of courtesy, 

® ">« part of the Comm- ” “>'= of the Admiralty, was shown 

““tprise expresserr ™ 1'® occasion, as would seem to be implied by 

" 2’’ tile railway comi,-,? Tordsbips on learning that they had refused to 
’'*'0 whole a, ^ "’R“”y to proceed. 

265. Jsi’geuient was made without any communicalion with the Com- 
^ nrissloners 



Printed image digitised by the University of Southampton Library Digitisation Unit 




i8 CORRESPONDENCE; DUBLIN antZ KINGSTOWN RAILWAY, 

missioners of the Harbour, and as it proves to be one to which we are eotirelv 
opposed, it would not have been becoming to have volunteered a remonsiraac^ 
with the Board of Admiralty, but we considered it our duty to prevent a private 
company from interfering thus abruptly with this establishment unless required to 
do so by his Excellency’s commands. These objects were explained in a letter to 
Lord Morpeth from this office, dated 20th July 1836. 1 have always felt per- 

suaded that the Lords of the Admiralty had been made imperfectly acquainted 
with the circumstances of this case ; and I am confirmed m that view by the fol- 
lowin® observations in Sir John Barrows letter: “That their Lordships attached 
greatlmportance to the maintenance in Dublin Bay of some small harbour with a 
beach for the safety and accommodation of the small craft frequenting that bay, 
and that the works of the Dublin and Kingstown Railway Company destroy the 
old harbour of Dunleary.” Now, in point of fact, the small craft have still ample 
means for safety and accommodation in the great harbour of Kingstown as well as 
in the old harbour of Dunleary, and if they required more, and even that it should 
be in the shape of a beach (which it is apprehended would not be that of the 
greatest utility), it could be formed at a very trifling expense, instead ofincurriogthe 
enormous cost of constructing an addition to the harbour as a special receptacle for 
it. With regard to the second observation, so far from the old Dunleary Harbour 
beinv destroyed by the railway works, it is in no way injured by them; on the 
contrary, it i^s improved. The landing-quays remain of the same extent, and the 
same depth of water ; the shipping frequently make use of the niooriog rings along 
the railway wall for mooring and for hauling in and out of their berths ; and the 
vessels at the wharfs lie easW in easterly gales, at least there is every reason to 
believe this to be the case, from the result of a recent heavy gale, during which 
the vessels so situated suffered no damage, as they had frequently done on former 
occasions. The beach alluded to, and which alone has been cut off by the rail- 
way, could not aflTord means of safety for small craft since the construction of the 
great harbour, becauseit was shallow (being absolutely dry at low w’ater), ofliard 
sand and rocks, and subject to a considerable swell in easterly gales. It is dming 
these gales alone that a beach of safety is required, and consequently under these 
disadvantages this would not be the part of the harbour to which they would make 
if incapable of anchoring. The accommodation of such a beach must always be 
imperfect compared to that afforded by regular slips, of which there are already 
three in tbe whole harbour, and of which the number might be easily increased if 
necessary. It is under these circumstances that the Commissioners have coosi* 
dered that it would be acomplete waste of national property to expend a large sum 
(5,oooZ.) from w-hatever source derived, in the re-establishment of what was bad 
in itself ; and they most particularly object to the entire removal of a considerable 
length of the pier, enclosing a mass of natural rock, merely for the purpose of 
giving it a small curve within a few yards of the same position. 

I would beg to refer to the sketches that accompanied the letter above men* 
tioned (of 20th July) for a further explanation of the precise nature of the work 
proposed to be executed ; should his Excellency the Lord Lieutenant come to the 
same conclusion as the Commissioners of the Harbour, and consider it inexpedieat 
to require any compensation for what appears to them to have produced no inju^ 
to the public, he will no doubt feel satisfaction in thus affording a reasonabK 
degree of encouragement to a very spirited enterprize, in which an example (so 
much needed in Ireland) has been shown of the expenditure of a large _ private 
capital in the promotion of a great public work, which has been conducted in a very 
liberal and meritorious manner. 

1 have, &c. 

T. Drummond, Esq. (signed) J. F- 

&c. &c. Scc.- 



CoERESPONDENCE respecting the Boat-club House and Slip at 
Khigstown Harbour. 



(No. 1.) 

Sir, 51, Lower Mount-street, 7 January 1 ^ 42 ' 

C. Vernon, Esq. to SEVERAL gentlemen being desirous of forming a boating club at Kingsto ' 
Sir J.F. Burgoyae. requested me to submit the matter to your consideration, with ® i 

7 January 1^42. • * 
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of obtaining from the Commissioners of Kingstown Harbour permission to erect 
a boat-house and sbp on any part of tire harbour they may think fit to point on 
for that purpose, and subject to any conditions they may consider adviable to 
)Ose. 

I have, &c. 

(signed) Charles Vernon, 

Honorary Secretary. 



impose. 

Major-Gen. Sir J. F. Burgoyne^ 
&c. &c. Lc. 



(No. 2.) 

T 1 1 Harbour, 10 January 1842 

I uETuaK herewtth the appl.cat.on of Mr. C. Vernon, for permission to erect B.'D. Gibbons, E„ 
a boat-shed and shp on some part of the shore of the harbour, for the nse of ‘“H-H. Paine,’ S 
aproposed boating club. _ 1 can foresee no possible injury or inconvenience likelv 1842. 

to arise from the Commissioners complying with this r'eqnest, always under the 

couditious suggested ,n the Board’s mmute ; and as it would be a soiree of som^ 
additional employment to the watermen, 1 think it a proposilion deservingTf 
eacooragement If Mr. Vernon would come down here, he could fix upon som 
^sinon suitable to their purpose, and unobjectionable in other respLts and 
I would mark it on the plan of the harbour, for the consideration of the LL’d 



H. R. Paine, Esq. &c. &c. 



I have, ^jc. 

(signed) Barri/ D. Gibbons. 



(No. 3 .) 

Refeumng to your letter of the 7th instant, addressed to tbe^Bo“d“yafrman, H.R Paine Ea, to 
for permission to erect a boat-shed and shp on some part of the shore of the C. Vernon, ’Esq. 
harbour of Kingstown, for the use of a proposed boating club, I am directed 184a. 

to acquaint you that the Board have been pleased to acquiesce in your request — 

upon the following conditions: that the ground be held durino pleasure at 
amminal rent, but with a clear understanding of the extent of probability of 
being disturbed, so that the proposed buildings may he made so as to be removable 
lam further to acquaint you, that if you will call on Mr. Gibbons, the Board’s 
resident engineer at Kingstown, he will fix upon some position suitable to your 
parpose, and unobjectionable in other respects, and mark it on the plan of the 
narl^our, for the Board’s consideration. ^ 

Charles Vernon, Esq. Hewy R. Paine, 

51 , Lower Mount-street. Secretary. 



Gentlemen, 



(No. 4 .) 

51, Lower Mount-street, 22 February 1842. 



Tworriv. 1“ ’ . . i-ower mount-street, 22 Jbebruary 1842. 

residei,nSf““ .you'- letter of the I2th ult., I waited on Mr. Gibbons, the C. Vernon, Esq. to 
Doseri ^lr^ Y Kingstown, and with his assistance selected a site for the pro the Commission- 

Thp 1 y.vhich you have been pleased to take into consideration. e^o^PublicWorks. 

•'* Itetween the jetty and the water-house, and ““ ' 

“PI the not in any way to interfere with the works in progress, or to intet- 
PtoposeH 1 ''l I directed by the managing committee of the 

“pin to re f w ®^press their thanks for the favour shown to them, and 
JOU “'ll .iLey are quite ready to abide by any terms and restrictions 

y tniDic bt to impose. 

I have, &c. 

To ftp • • (signed) Charles Vernon, 

Loinmi^,on«s of Public Works, Honorary Secretary. 

265, • d- 0. 

C 2 
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(No. 5 .) 

Sir, 7, March 1842. 

H. R. Paioe, Esq. The Board having had before them your letter of the 22d ultimo, mentionirur 
to C. Vernon, Esq. that you had selected a site at Kingstown Harbour for the proposed boat-housj 
7 March 1842. slip, between the jetty and the water-house;, so situated as not to interfere witii 

the works now in progress, and that the managing committee of the proposal 
club are ready to abiue by any terms or restrictions the Board may think fit to 
impose for the privilege : 

I am directed to inform you, that before thts building can be erected there 
must be a regular agreement drawn up between the' Board and some one or more 
of the members of the club as trustees, setting forth the conditions on which the 
erection is allowed, and the parties had better arrange with the Board s solicitor 
(Alexander Stewart, esq.) as to the necessary document. 

I am further directed to request you will let the members clearly understand, 
that should the Board require possession ot the ground, which from the locality 
chosen is not at all improbable, there must be a surrender of it at three months' 
notice. The club will be allowed in this event to remove whatever they have put 
on the ground, but no compensation whatever can be allowed in consequence of 
the acts”of the club thereby caused; and it was in consequence of this that the 
Board suggested the propriety of confining the expenditure to as limited a sum as 
would meet the wants of the club. 

I have, &c. 

C. Vernon, Esq. (signed) Henry U. Paine, 

5-1, Lower Mount-street. Secretary. 



(No. 6.) 

Alexander Stewart, Esq., Kingstown Harbour., 
(Memorandum for the Solicitor.) 

7 March 1842. 

Apprised that the Board have given permission for the erection of a boat-house 
and slip to an intended boating club, the spot selected by their Honorary Secre- 
tary, Charles Vernon, esq., in conjunction with the Board’s resident engineer, beiog 
some low rocks between the jetty and water-house, the Board will require a 
nominal rent only for this privilege; and Mr. A^ernon has been informed that 
there must be a regular agreement drawn up between the Board and some oneor 
more of the members of the club as trustees, setting forth the conditions on which 
the erection is allowed, and he has been referred to Mr. Stewart for this 
purpose. 

The Board will require a surrender of the ground at three months’ notice; toe 
club will be fallowed to remove whatever they have put on the ground, but no 
compensation whatever can be allowed in consequence of the acts of the club 
thereby caused. 

(By order.) 

(signed) Henry R. Paine, 

Edward Lucas, Esq. Castle. Secretary. 



H. R. Paine, Esq. 
to E. Lucas, Esq. 
7 March 1842. 



H, R. Paine, Esq. 
to £. Luca^,. Esq. 
21 May 1842. 



(No. 7 .) 

Sir, 21 May_i- 84 ^ 

I AM directed to acq^uaint you that the Board have had an application fr® 
several gentlemen, who have recently formed themselves into a body under t 
title of the Kingstown Boat Club, for permission to erect a boat-house and slipn'^ 
the harbour property at that port; and a, plot of ground, or rocks, having hew 
selected for that purpose near the Commercial Wharf, which, in the Board s op' 
nion, will not in any way interfere with the more legitimate purposes ot 
harbour; ^ ,■ 

I am directed to request you will be good enough to obtain the sanction ott 
Excellencies the Lords Justices, under the Act of 1 Geo. 4, c. 69, s. 10, to 
Commissioners granting a lease to the club, at the nominal rent of 
of the plot of ground referred to, for a term of 6 1 years, with a covenant again- 
^ ® subiettingi 
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K”,™var' “ da.;;'*::;™; 

Edward Lucas, Esq. Castle. (signaco”“'''’.W^,.y R. Paine, Secretary. 



(No, 8.) 

, , I ,, ,. , Dublin Castle, 26 May 1S42. 

In reply to your letter of the 21st, I am directed hv ,1.. I„ j t- . 
request that the Board of Works wilt have the goodness to furnish lieutenant to 
of the proposed site or place, near the Coniraercial Wharf at KiLTm ™ ^ 
ithproposed the Kingstown Boat-Cub may b'e‘ 



E. Luca?, Emj. to- 
H. R. Paine, Esq^ 
s6 Majt 1842, 



H. R. Paine, Esq. 



I am, &C. 

(signed) E. Luem. 



(No. 9.) 

T 1- .. Works, 28 Mav 1842 

desirous of erecting a boat-house and slin “T l,av» il, 'k Kingstown Boat-club is to E. Lucas, Esoi 

explaoatoiy of the^p.an and seCio“'of'Se pio^s d\'2°^ 

harbour, showing the general position. ^ ^ ouiiaiu,,, and a plan of tlie 

will borrow them fr™''thrdu'b fo?that pmpme. Board 

Edward I„.s, Esq. (signed')''^™’!^, y^. 



(No. 10.) 

t E.Lue„,Es4te 

Kingstown, on th^e terms stated in the fm w "™ ’’'’“•‘'‘““se and slip at H; K- P«im, En).. 

of surrender for the public ser ver if correspondence, provided the clause >® 

•hich condition, the^^Lords of the AdrSh' sufficiently binding; upon 
the arrangement. Admiralty have expressed their concurrence in 



H. R. Paine, Esq. 
&c. &c. &c. 



I am, &c. 

(signed) Edward Lucas. 



(No. 11.) 

Memorandum for the Solicltor- 



'^specting forwarded to Mr.Stewart, on the 7th March 

to eLt bSrn^ the. Kingstowa Boat 

. ^0 is inforS kS V p'® Kingstown : 

*}oti (under the Act nf ‘® J the Lord Lieutenant has signified his sane- 

clause of surrender for proposed letting, providet 

265. service, if required, he. made sufficiently 

® 3 binding, 



H. E. Paioe, Esq. 
to .I, Stewart, Esq, 
17 June 1842. 
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binding ; and Mr. Stewart is directed to prepare a proper lease accordingly, taking 
care to attend particularly to his Excellency’s instructions. The rent to be inserted 
in the lease is 5 s. per annum . 

(By order.) 

A. Stewart, Esq. (signed) Henry R. Fame, 

Solicitor. Secretary. 



Copy of Lease, dated 6th day of July 1842. 

The Commissioners of Kingstown Harbour to The Rev. Denis George, Thomas 
Edward M. Hodder, and Charles Vernon, Esquires. 

Copy of Lease, This indenture, made the 6th day of July in the year of our Lord 1S42, 

dated 6 July 184a. between Major-general Sir John Fox Burgoyne, k.c.b., Brook Taylor Ottley, 

* and John Radcliff, of the city of Dublin, esquires, Commissioners of the Royal 

Harbour of Kingstown, duly nominated and appointed and acting in executioD 
of an Act made and passed in the 56th year of the reign of his late Majesty King 
George the 3d, intituled “ An Act for erecting a Harbour for Ships to the east- 
ward of Dunleary, within the Port of Dublin also another Act made and passed 
in the 1st year of the reign of his late Majesty King George the 4th, intituled 
“ An Act to alter and amend an Act passed in the 56th year of the reigu of his 
late Majesty for erecting a Harbour for Ships to the eastward of Dunleary, within 
the Port of Dublin, and to provide for the erection of a Western Pier to the said 
Harbour of Dunleary,” and several other Acts amending tiie same, of the one 
part ; the Rev. Denis George, of Upper Mount-street, Thomas Edward Moore 
Hodder, of Merrion-street, a lieutenant in the navy, and Charles Vernon, of Lower 
Mount-street, in the city of Dublin, esquires, of the other part; witnesseth, that 
the said Sir John Fox Burgoyne, Brook Taylor Ottley, and John Radcliff, under 
and in pursuance of the powers by the said Act in them vested, and by and with 
the consent and approbation of bis Excellency Thomas Philip Earl De Grey, Lord 
Lieutenant of Ireland, and for and in consideration of the yearly rent and covenants 
hereinafter reserved and contained on the part and behalf of the said Denis 
George, Thomas Edward Moore Hodder, and Charles Vernon, their executors, 
administrators and assigns, have demised, granted, set, and to farm let, and by 
these presents do demise, grant, set, and to farm let unto the said Denis George, 
Thomas Edward Moore Hodder, and Charles Vernon, their executors, administra- 
tors and assigns, all that and those that lot, piece, or parcel of rocky ground, part 
of the harbour of Kingstown, lying near the sea, between the Cninmercial Wbarf 
and the Water-house Pier, containing one rood and 20 perches, be the same more 
or less, all situate, lying and being at Kingstown in the county of Dublin, as 
said demised premises are more particularly delineated, laid down, and described 
in the map or plan thereof in the margin of these presents ; To have and to hold 
the said demised premises, with the rights, members, and appurtenances there- 
unto belonging or in anywise appertaining unto the said Denis George, Thomas 
Edward Moore Hodder, and Charles Vernon, their executors, administrators and 
assigns, from the 1st day of May 1842, for and during the term, time, and space 

of 61 years (determinable, however, as hereinafter mentioned), from thenceforth 

fully to be completed and ended, they the said Denis George, Thomas Edward 
Moore Hodder, and Charles Vernon, yielding and paying therefor and thereout 
yearly and every year during the said term unto the said Sir John Fox Burgoyne, 
Brook Taylor Ottley, and John Radcliff, their successors and assigns, the yearly 
rent of 55. sterling, to be paid by two equal half-yearly payments on every 1st day 
of November and 1st day of May in each and eveiy year during the term hereby 
granted, over and above all taxes, charges, and impositions whatsoever(quit and Crown 
rent only excepted), the first payment thereof to be made on the ist day of November 
next ensuing the date of these presents ; and if the said reserved yearly rent, or 
any part thereof, shall happen to be behind or unpaid for or by the space of 21 
days next after any of the days hereinbefore mentioned and appointed for the 
payment thereof, then and so often as it shall so happen it shall and may be 
for the said Sir John Fox Burgoyne, Brook Taylor Ottley, and John Radcliff, then 
successors or assigns, into the said demised premises, or any part thereof, to enier 
and distrain, ani the distress and distresses then and there found, to take, 1^°> 
drive, and carry away, and the same to dispose of according to law, for satisfactio" 
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of liie said rent and all arrears thereof, and the costs of f ■ ■ . 

and if no sufficient distress or distresses shall or may be found on‘?F ’ 

premises to satisfy the said rent and all arrears thereof then h a 

lawful to and for the said Sir John Fox Bur.royne Brook Tavl ' 

Badchff, their successors or assigns, into the said demised ^ ^ 

thereof, in the name of the whole” to re-enter ard the Lm f “ ““S' P'^'t 

and enjoy as in their former estate, anythin’s- in these ^ ° again, repossess, 

contrary in anywise notwithstanding. And the said Denis^C ™ntained to the 

Moore Hodder, and Charles VernSn d 7 herebv It th 

rally, and their joint and several exeltrs ad^ttratal™^^^ 

promise, and agree to and with the said Sir Tehn 1? rr* assigns, covenant, 

&ttIey,and JoL Radcliff, their sucrelm'an^^as^/ns hi ti:"’ 

they, the said Dems George, Thomas Edward Moore Hod’der anrCh'’arr"v ’ 

their executors, administrators and assigns shall and t’ Vernon, 

at all times hereafter during the term htrebrsrited In d 

tent, and pay unto the said” Sir John Fox BTsoyne’ B ook‘ t‘T'" n 'f’ 

John Radcliff, their successors or assigns, the said reserved v* ^ 

on the days and times hereinbefore^m^tioned 

thereof clear above all taxes as aforesaid, and atthe Pityment 

sooner determination of this demise, which shall first baJe “ f n ‘“a™’ °''°*er 

and yield up the quiet and peaceable nossestn nf^^ 

unto the said Sir John Fox Buraoytie Brook T-wInr •'f f^y demised 

their successors or assigns. And ft fs herebv , 7 ’ 

between the parties hereto, that in the even/of said dem'*’'^ I by and 

time hereafter during the said term hereZ ™ ed demised premises being at any 

said Commissioners, %l,eir succesTo rs or as^fvnf f’ ^ by the 

then and in such case it shall and mav he 1 -iwf I t ‘be public service, 

Bargoyne, Brook Taylor otley, Sjohn RadcHff thlif 

upon giving three months’ nrevinns successors and assigns. 

Brook Taylor Ottley and JohnSiadchff'''^ tbe said Sir John Fox Btirgoyne, 
quietly and peaceabfvto surrendef ,m n notice as aforesaid 
the said Sir John Fox Burn-oTOe Brook To premises hereby demised, onto 

cessors and assio-ns * orovTdpH nlw ^ Ottley, and John Hadcliff, their sue- 

in the event of this demismliein! so^t’ , 'a eitp^ssly understood, that 

'lie said Denis Gem-o-P Ti “ ^ aforesaid, it shall be lawful for 

theirexeemofs 1 H°dder, and Charles Vernon 

to take down and remOTf the said period of three months,’ 

said demised premises bv thp^ erected or made on 

tier, and Charies Vernon^ tbeii- tv G«o>'ge. Thomas Edward Moore Hod- 
son or persons for wlmm tl, ^ . ®'^“tois, administrators or assigns, or any per- 

Edward Moore Hodder anff C? ">“*‘ 7 ®' *7 said Denis George, Thomas 

Wy, and for their exp’™t™« Vernon, do hereby for themselves respec- 

aid with the said Sir In) 't t 3^ odmanistrators covenant, promise, and agree to 
oliff, thei sue esso s and • Taylor Ottley, and Johf Rad- 

EdwardMoorrFTodLr andChll V 

shall not nor will not ™ Vernon, their executors or administrators, 

“Sign, alien, or in ^ Ti the term hereby granted, 

“y part thereof for afv or dispose of the said demised premises or 

»y such assigMent L ? "^1 f“‘'ther, in the event of 

' t provisions subletting, or disposal being made contrary to 

!>>»g therein confai ued “““^r and 

’■'teinbefore contlinf/t^tf ’ ““d be put an end to, anything 

sgteed and declared bv^nd^i thereof notwithstamling. And it is hereb| 

Jj'fied shall in anv miJn ^ parties hereto, that nothing herein con- 

Commissioners or af “t “cumber the persons of the said 

ihey having jo’ined in^a them, their or any of their estates real or personal, 

aforesaid only and h L?*^ ®““i tis such Commissioners as 

. uy, and having personally no interest herein. 
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Id witness whereof the parties aforesaid have hereimto set their hands and seafe 
the day and year first above written. ■ 

(signed) J. F. Burgoyne, (t. s.) 

.Broohe T. Ottley, (l. s.) 

J. Radcliff', (l. s.) 

Denis George, (l. s.) 

T. E. Moore Hoddei\ (l. s.) 
Clias. Vernon, (l. s.) 

Signed, sealed, and delivered by the within-named Denis George, Thomas 
Edward Moore Hodder, and Charles Venion, in presence of 

Charles jnn. 

Sum. T. Semple. 

Signed, sealed, and delivered by the within-named Major-general Sir Joho 
Fox Burgoyne, k. c. b., and Brook Taylor Ottley, in presence of 

Henry R. Paine. 
Clias. Banks, jun. 



Signed, sealed, and delivered by the within-named John Radcliff, in pre- 
sence of 



Chas. Banks, jun. 



Theasury Minute, dated 28 July 1843, on the preceding Letter. 

Treasury Minute, Tuansmit this letter and its enclosures, in original, to the Secretary to the 
28 July 1843. Admiralty, and request that he will move the Lords Commissioners of the Admi- 
r jQ favour my Lords with any observations which they may have to offer on 

the subject of it. 



J. Barrow, Esq. to 
C. E. Trevelyan, 
Esq. 

4 August 1843. 



Sir, Admiralty, 4 August 1843. 

In answer to your letter of the 28th instant, enclosing a communication from 
the Board of Works in Ireland, dated the i2lh instant, and also conveying a 
request to be favoured with any observations that my Lords Commissioners of the 
Admiralty may have to make on that communication, I am commanded by their 
Lordships to observe, 

1st. That when my Lords consented to transfer the harbour of Kingstown to 
the Board of Public Works as Commissioners of Kingstown Harbour, it was in 
the full conviction, that on every subject connected with the nautical efficiency of 
the harbour, the opinions of their Lordships (as conservators of the whole coast 
and harbours of the United Kingdom) would have been considered as conclusive. 

Had that natural deference been shown to their Lordships’ decision, the Board 
of Works would have proceeded to enforce the covenant on the railroad company 
for making the compensation harbour, or they would have pointed out to their 
Lordships some better means of compensating the public for the destruction of 
Dunleary Harbour. They however did neither ; but acting on their own judg- 
ment, they resisted the directions of the Admiralty, and persuaded the lord 
Lieutenant to support their own opinions, which however they have now so far 
modified as to admit that the proposed cove “ might in a slight degree lessen tli® 
swell ill an easterly gale at the old pier but after carefully reviewing the whole 
correspondence in this matter, it is still their Lordships decided conviction that the 
compensation harbour should be forthwith constructed, with such modifications 
perhaps as recent experience may have suggested. 

2d. On the subject of the club-house : iUs implied by the Board of Works that 
the Admiralty was aware of the nature of the building which it now censures, and 
refers to the communication made by Mr. Lucas, the Under Secretary of State, but 
Mr. Lucas asked for their Lordships’ acquiescence to the construction of a boat- 
house, and to tliat my Lords readily acceded, little suspecting that on that assent 
a lofty club-house was to be erected. 

3d. With 
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3. Will, respect to the question of frontage, the sacrifice of any part of .vhich 

the Board of Woilts denies, the inspection of the chart will at once show the 
lords Commissioners of the Ireasury that all direct conimimication between the 
town and three quarters of the frontage is effectually cut off by the railway and 
therefore that it is now the more necessary to preserve an unimpeded access 
to the remaining ijuarter of the shore, instead of confining it to the covered 
passage of 200 feet near the station-house, and the 80-feet bridge to the eastward. 
The ™ objections to the proposed arrangement have 

ever been hinted at by the lords of the soil; bat the petitions which have been 
presented to both the Treasury and the Admiralty show that pretty numerous 
objecfions to it do exist amongst the inhabitants of the town, and my Lords there 
fore see no reason to retract any of the opinions transmitted to you on the 24th 
June. ^ , 

On this part of the subject, as the members of the Board of Works fortifv 
themselves by the opinion of the Lord Lieutenant, I am commanded to say, that 
my Lords have the highest respect for the authority of the Lord Lieutenant but in 
lautical and professional matters his Excellency can only act on the reports which 
mj be placed before him ; they much regret that the name of his Excdlencv has 
been brought forward to sanction the opinions of that Board, similar representa- 
tions having also induced Lord Noimanby to declare that the old harbour of 
Kingstown was “rather improved than injured” by being reduced to one-half of 
Its former extent. I am fnrther directed by their Lordships to request you will 
send thetn a copy of Sir John Burgoyne’s letter, which was sent in ori-rinal and is 
returned herewith. ° ’ 

C. E. Trevelyan, Esq. Treasury. (signed)™’ ^John Barrow. 



TatAsimv Mixute, dated S9th August 1843 on the preceding Letter from the 
oecretax’y of the Admiralty. 

Wmri! to the Commissioners of Public Works in Ireland that mv Lords 

5 K: server correspondencfon” S 

6 “our Ind EXal T T “T connexion with Kingstown 

been pleased to dtrect that a communieatron be 

tlf's -f.igust 1S42, the Commissioners of Public Works aoDlied for 

D hT„ Excellency the Lord Lieutenant for riirtmLfa to the^ 

Wtarfrom Sflker Company of one of the two lines of tramway 

only withoS nU - Kmgstown Harbour, winch application was made, not 
lllestyk Seasmv 'h t T Commissioners of Her 

come to br^v /orV “ “ opposition to the decision which had been 

Samndr to he dl' application of Messrs. Clegg and 

experiment of rife^ “f the tramway for the purpose of trving 
oMps carr on e “‘“osphenc pnnciple. The decision which their Lord- 
Wmethem a -e?„ I f “Ofasion, after full consideration, and after having had 
»as, Commissioners of Public Works on the subject, 

f l^oing allowed 

"asoaable time e .1 ^ ‘™way between Kingstown and Dalkey, for such 

fethe pui-nZ “e*o. Commissioners of Public Works might consider sufficient 
flat evernjnene °f ‘1>® atmospheric raitey, provided 

ta that it ST tne experiment were borne by those parties; 

Clevff and S ^ T understood that the permission thus given to Messrs. 

«periment woTdd “T ‘b® purpose of trying their 

orteniporai-ijy ’’ property in the tramway, either permanently 

^ioQers oUPnn^*^ m pursued by them on this subject, the Commis- 

he<y Works state as follows in their letter, dated 12th July 1843: 

265. ° lewind your Lordships that Kingstown Harbour is by Act of 
R Parliament, 



Treasury Minute, 
39 August 1843. 
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Parliament, 5.5 Geo. 3, c. 191, expressly under the jurisdiction of the Lorf 
Lieutenant: that we were individually appointed Commissioners of the harbont 
by the Lord Lieutenant; and have hitherto on all occasions applied for, and 
tien his authority on the various matters connected with that estahlishmeni, 
including the sale" or appropriation of lands or premises, which m fact could uol 
take place legally without his sanction. 

“In the expenditure of the public money on the harbour, we have ncces- 
sarilv also had many communications with your Lordships respecting the 
estahlishment, and also in cases of reference from your Lorclslnps ; but m 
believe that the different subjects of reference have been kept distinct. 

Upon this my Lords have to observe that the direction contained in the 
Act Quoted bv the Commissioners of Public Works is, that the Harbooi 
Commissioners shall, in all things touching the execution of this Act, proceed 
according to such orders and directions as shall be giwn by the Lord High 
Treasurer or Commissioners for executing the said officej by and with the 
consent of the Lord Lieutenant.’” 

The view taken by the Commissioners of Public Works themselves, up t» 
the beginning of last year, of the powers possessed by the Lords Commissionm 
of Her Majetty’s Treasury, may be seen from their Report to the Treasoi, 
dated 23d July 1841, on the application of Messrs. Clegg and Samuda, in which 
they “ decidedly recommend their Lordships to allow of the appropnatioa tl 
part of the tramroad,” and from their answer, dated the 15th January 1842, t* 
the application which had been made to them by Mr. Pim, on behalf of th. 
railway company, to be allowed to purchase one line of the tramway; i. 
which answer the Commissioners of Public Works state, that the object oft e 
directors of the railway company comprehending many matters oi pubk 
consideration, the Treasury have hitheKo been referred to ; and until tbeir 
Lordships shall explain their views and determination, the Lord Lieutemnt 
would, no doubt, he unwUling to interfere; nor, for the same reason, can tie 
Commissioners presume to proceed with any effective acts for the present. 

As the nature of the transaction by which the transfer of one line of the tram- 
way to the railway company has been effected has never been ful y explained to 
the Treasury, my Lords desire that the Commissioners of Public Works wiE 
report what was the total sum paid by them in their capacity of Harbonr 
Commissioners for the purchase of both lines of the tramway as far as tte 
harbour; what sum was received by them in consideration of the subseijneit 
transfer of one line of the tramway to the railway company; what is tlie 
precise nature of the tenure upon which this line of the tramway has bees 
transferred by the Commissioners to the railway company ; and on what 
pecuniary terms they allowed the railway company to appropriate to their oim 
use the line of the tramway from the eastern pier of the harbour to the lory- 
foot Road. Their Lordships also desire that all the legal documents connecteii 
with this part of the subject be sent to the Treasury for examination. 

Upon the receipt of this information, my Lords will come to a final decisioi 
upon the subject of these transactions. 

The next question relates to the frontage of the harbour, as affected by 
railway. 

The Commissioners of Public Works report in their letter, dated 21st J® 
1843, that from the harbour-master’s office, not far from the 
the proposed terminus, the occupation by the railway company or I ® 
the railway is “ to he considered temporary, subject to any subsequent 8 
ment the Commissioners might require.” 

Their Lordships have also the assurance of the Commissioners _ 
Works, that “ the works of the extension to the Dublin and Kingstown 
on the atmospheric principle, then in course of construction, were to ® 
depth, and with side walls of such nature for the entire distance that 
Kingstown Harbour, as to be adapted to being covered over head so as 
a tunnel under the present level of the ground.” 

The Lords Commissioners of the Admiralty have declared their 
it is necessary, in order to secure the full advantages to be derived to 
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from the harbour, that the railway should be covered over iu e .r 

Siht option uAim, f: 

g^uew portion of tire railway between the town of KiugsLn and En|stown 

After a careful consideration of all the circumstances of the case their Lord 
ships are decidedly of opinion that the railway comnativ nno.ht i , 

to cover in. without delay, the whole of tte railway befLen the Sou. 

iCh* 

accordingly pleased to direct that the Commissioner! of PubliSOTls‘™uire 

Sl“” » *. = 

With regard to the boating club-house, all that appears to my Lords to be 
required is. that the right to remove it whenever it shall be judged nece^m v tr, 
do so should be perfectly clear ; but as yachting is in some deli ee SSLd 
amusement, for the encoui-agement of which something may well be don?h! 
the public, my Lords would be unwilling that this bJldinJ should L actLuv 
irterfered with, unless a clear necessity existed for taking that course 
from other more important objects connected with the hafbour. ® 

Wy Lords will hereafter cause a separate communication to be made to the 
C«ioners of Public Works on the important subject of the compensation 

The Commissioners of Public Works, in their letter dated loth T,.i„ i , 
quest further instructions whether their “Lordships’ sanction if tiifcL^of the 
proposed appropriation of any of the premises is to be appilied for concurrentlv 
with the application to the Lord Lieutenant, or in what manLrtlZ 

Ce fuk tf bf ' J'ow far their Lordships wkli the 

ofkrliament u’ndt the Lmd 100^0^ 

ata« obtSrdT’°"t?‘''?t“c‘‘'f predecessors have l itherto 
always obtained an authority for their several proceedings.” 

Treasury is the ancient and 

and howevef !hf cr/od"' ‘l‘'" 

lave been entru ted hvfrt™? of Portions of that property may 

afraiigements to other^f.m °f or particular departmental 

to the peiTOanent i Treasury previously to any addition being made 
>»y portLi of r ThT { c u ^‘lionation being inade of 

Commissioners of Wofu n ^ T Admiralty, the Ordnance, the 

the care of departments which are entrusted 

"aa.it of IrelLf fs the”d'"^r Property; and although the Lord Lieu- 
frotingfromThe Crown, stands on a different 

Commissioner of ^ “""al for the Lords 

^PPlicatioTKs Kq’ 1 ® Treasury to be consulted previously to anv 

importance which f ° sanction to any change of 

*"te. my Lords fif proposed to be made in the public property of the 

““siiier h to be .wi ‘ Excellency the Lord Lieutenant will not 

®Peot to all the ° be adopted in 

me public property in Ireland. 

thete inbirliitants of Kingstown, in 

Ij the Dublin and Tf“ ‘b^,?“bject of the works which are being carried on 
? Kingstown Company in front of the Royal Harbour . 

^«ls to rerm’lri f “Structed the Commissioners of Public 

265, directors of the railway company to cover in, without 

^ 2 delay. 
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delay, the whole of the railway between the harbour-master’s office andAe 
terminus at the Forty-foot Road, with the exception only of such openings as 
may be required to admit light and air. 

Transmit all the papers to the solicitor, and desire that he will advise my 
Lords what is the nature and extent of the Admiralty jurisdiction, so far as the 
matters under consideration in connexion with Kingstown Harbour are liable 
to be affected by it, and that, if necessary, he will obtain the opinion of the law 
officers of the Crown upon the subject. 

Transmit a copy of this Minute to the 'Secretary to the Admiralty, in con- 
tinuation of former correspondence on the subject of Kingstown Harbour and 
Railway, and request that he will lay it before the Lords Commissioners of tbe 
Admiralty, in order that their Lordships may direct the Solicitor to the Treasury 
to be furnished with any information which may appear to them to be required, 
in connexion with the reference which has been made to him. 



Sir, 17, Dame-street, Dublin, August 1848. 

John Orpin, Esq. q-gg persons who addressed a memorial to the Lords Commissioners of Her 
Esq * Majesty’s Treasury on this subject, which I had the honour to transmit to you 

34 August 1843. -with my letter of the 29th April last, and concerning which I again wrote to you 
on the 6th May, have instructed me to forward herewith a copy of their me- 
morial then presented, and to state that they have patiently waited a reply, ia 
the full confidence, which they were led to entertain, that their Lordships would 
compel the Board of Works to see the railway constructed in such a mauneras 
not to interfere with the frontage of the harbour, by constructing a tunnel across 
it, but that their hopes and expectations have been disappointed ; for althougk 
they have received no answer to their memorial declining to interefere (whicii 
induced them to abstain from all other efforts for redress), they now see the rail- 
way company persevere in their original intention, and building parapet walls 
instead of a tunnel, thereby cutting off a large portion of the front of the har- 
bour from the town, and interrupting the free access of the public. 

Under these circumstances, the memorialists have instructed me to reiterate 
their prayer, that my Lords will be pleased at once to issue an order to compel 
the railway company to construct a tunnel over the whole of that portion of the 
atmospheric railway which intersects the front of the harbour. 

I therefore request you will have the goodness to lay this communicatioo, 
■which I have adopted in preference to a further memorial, before their Lord- 
ships, and favour me with their decision, for the information of the memorialists, 
at your earliest convenience. 

I have, &c. 

C. E. Trevelyan, Esq. (signed) John Orpin, 

Treasury Chambers, Whitehall, London. Solicitor to the Memorialists. 



Treasury Minute, dated 12th September 1843, on the foregoing Letter. 

Intorm Mr. Orpin that a communication was made to Major Tandy on the 
29th ultimo, on the subject of the memorial to which he alludes. 



Sir, Office of Public Works, 25 November 18^^. 

H.E. Paine Esq. Commissioners of Public Works having had under consideration 

to’c. E.TrevelyS, letter of the 29th August 1843, on the subject of a transfer of a part of one 
Esq. the lines of tramway between Dalkey Quarries and Kingstown Harbour, J 

35NUV. 1843. -jjg- jQ enclose the account, as required, of the amount paid under the sey 

® H » V inquisiuons. 
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inquisitions, for the entire line of tramway, with a statPm^ni- 
be paid by the railway company for the half of that portion of wh'^f *° 

been given possession ; in addition to which the comnanv ‘ 

annual for a piece of ground (contents 1 a. 0 n ^6p 1 for 7n « “■ P®*' 

Tioiisly in possession of the Commissioners, tlie comnanvYs to h ^ ^ P''®; 

999 years, at a rent of ISf. per acre for all such parfs as^would be'uncoveTed 
The legal documents for these arrano-omovife. 
be forwarded to their Lordships before Uiey ai-e executed P®'*®*®*^’ 

With reference to their lordships’ directions that tl,» i u t 
for the entire distance between the harbour-master’s 

near the Forty-foot Road, with the exceotinn onlt, ^®® terminus 

required to admit light and air, the Coinmissionera applfod fP®-'!”®® may be 
a report of the manner in which they would propose*i? com^^y‘t?trSo^der’ 

A copy of their answer is enclosed, having been delayed for causes explained; 
There is little doubt if the line was covered in icrpnpvonxr p x. ^ 
master’s office to the present station-house, but thft inden=nde“’t I’^bour- 
nience and annoyance from various causes to th« t.2 ”“®P'''’‘i‘>"t of mconve- 
theair, so confined, would resent Tverv spites'^ ‘'’® of 

of the trains. The ’covered CJm-bSrSentd^^^ ‘i’’® 5®“®®® 

stracted, and a third at C beinv demanded would affi l ^ ® ®®® 
sary communication; the company, however are 

e.iteut ofcoveringt!iat their Lordsiups may require 

exceedingly to think that their Lordships^should suppose St Z in 
instant consider themselves justified in slivhtin<r the^ LrdsWn J f “ ^ 
m any way willingly evading a foil conformity iStlfallVh^htehf^ 

ships ’ f Lotd- 

atlm^oTary'St&'tfM 

to Sir John Burirovne a<; nn^ Samuda, was communicated by you 

Jiatsuch a decifion would be viduSra ’rXsaT if T ®^P'f ®‘‘. ’■®P‘y’ 

t>orneinmiud in the npo-nHnfjnn c u application, it was not 

taiiig, and at a tLe ®w fn ?he!r ““ <1“*® >* 

P5.000/,) towards a permanent inderta£n^‘‘’' ® '®'®® '“®“ 

lofo LiSanuJthe taS; 0 ^'' Commissioners act formally under the 
"flath July a wronv Act wafonoL^* their former letter 

®P- 191, as their fordshinf t byji clerical error ; the Act of 55 Geo. 3, 
lately to theTreasurv- tot *^i® superintendence imme- 

a»ii investigation S’ ™ only one for a preliminary inquiry 

fGeo.3, fap“e’/“^j of a temporary nature; the Ac?s 

''ict. can ^ ®®P- ®P’ ® ^ 7 Will. 4, cap, lir and 1 & s 

‘aanmaiLfo^d Ld arefonsrSd'';'' hw was constructed and has 

neu, and aie those under which every proceeding is regulated. 



Tm. Trevelyan, Esq 
Weasury Chambers. Whitsh 



Chambers," w’hitehall, London. 



I have, &c. 

(signed) Henry Ji. Fame, Sec. 



265. 

® 3 
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Enclosures referred to in preceding Letter. 

Kingstown Harbour. 

The sum awarded by the jui'y, under the inquisition for the purchase of all the land occupied 
by the harbour quarry tramways between the public road at Dalkey, (Nos. 39 and 6* 
on the Inquisition Map), being the point at which the Atmospheric Railway . 
terminates, and the public road at Glasstoole, (Nos. 91 and 14, on the 
Inquisition Map) is - ■ 



Of this, the Railway Company pay one-half ------ 

From the Glasstoole road aforesaid, to 95h and 11^ on the Map, was taken 
under the same inquisition, but the Commissioners of Kingstown. Harbour 
having had possession of this lot free of rent for 20 years, a nominal sum 
of 10 /. only was awarded to Lords Longford and De Vesci, more as a 
confirmation of the Commissioners’ former title than anything else ; how- 
ever, the Commissioners charge the Railway Company for half this portion 
at the highest rate the Commissioners have in any instance paid for 
land ; viz. 

2r. 16 p., at 14Z. per acre per annum, at 25 years’ 

purchase- - - - - - - -£.230~- 

Half thereof - - - 

From 11 J on the Map to the intersection of the Ordnance bounds at Glass- 
toole was taken under inquisition, together with the Glasstoole quarry, 
in 1837 ; the quantity under the tramways was 1 r. 8 p. j the propor- 
tionate cost thereof ------- £.106 - - 

Half of which is - - 

From thence to the harbour-master’s office is partly ground in connexion 
with the Glasstoole Battery, which the Harbour Commissioners have 
occupied free since the commencement of the Harbour Works, and partly 
a portion of the ground taken under inquisition in 1837, from William 
Carter ; in this space the Atmospheric Railway occupies 1 R. 20 P., which, 
at 14/. per acre per annum, and 25 years’ purchase, is - 



£. 

930 



3 8 6 



£. s. d, 
466 15 9 



756 - 9 



The foregoing embraces all that is to be given for the purposes of the Atmosphenc 
Railway, from this (the harbour-master’s office) along the harbour to the Dublin aad 
Kingstown Railway ; present terminus to be held by the Railway Company at will, dunng 
the Board’s pleasure. 



Sir, Dublin and Kingstown Railway, Nov. 1843. 

I HAVE the honour to acknowledge your letter of the 14th instant, calling the attention of 
the Directors of the Dublin and Kingstown Railway to the delay which has taken place in 
furnishing the Commissioners of Public Works with the plan requested, in pursuance oi 
Mr. Trevelyan’s letter to them of the 29th August last. 

And having laid your letter before the Board at their next meeting, I am directed to 
acquaint you, that immediately after the receipt of your first letter, the Board took id 
their anxious consideration how far it was possible for them to comply with your instruc 
tions, and a plan was prepared accordingly, which I was directed to transmit to you. 

At this precise period we were able to commence our first trials of descending by gran^ 
for a portion of the line; the result of those trials was an apprehension almost amounting » 
conviction, that if the road were to be covered to the extent proposed on the plan wtic 
had been prepared, the resistance of the air to the trains passing under the bridge 
so great that we could not work the road in the manner proposed, and particularly ast 
road rises from the harbour-master’s house into the Kingstown Station at the rate 
1 in 228. 

This apprehension, however, could not be established or refuted until our 
completed, and the tunnel under the Forty-foot Road covered over, and I am now 
state, that if the entire space between the harbour-master’s office and the 
Station was covered over as directed, we could not, judging from the experience Da 
acquired, have any expectation that the descending train would get to the Kuigsto 

Another 
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Another reason for delaying the reply to your commumcatlrm ■ 1 . 

of the bridges and tunnel prepared to be erected by the dirLfotr^n l""* 

Excellency the Lord LieutenU; and I am nowl,«ed ^ 
public accommodation will not bo substantially increased by any 

iready erected, but that in deference to the representations ivhicj , ‘o” bridges 

the w4es of the Lords of the Treasury, the Srs wo 

three additional bndges should be forthwith thrown across bellMo*th^ *7“’ T 
liarbour-mastei' s office. etween the tuaiiel and the 

I am further directed to acquaint you, that all the works u 

the receipt of Mr. Trevelyan’s letter, have had direct referencfl fn executed since 

road, as directed by their Loixlships. * ® the entire of the 

lam most happy to be able to add. that i i 

trials of the Atmospheric system. ^ ^ hitherto attended all our 



H. R. Paine, Esq. 

Secretary to Commissioners of Public Works. 



I have, &c. 

(signed) T,F.Bergin 



P. S— The Map originally prepared is sent herewith. 



To the Eight Honourable the Lords Commissioners of Her Majesty’s Treasury. 

The Memorial of certain Residents oi Kingstown, County oiDuhUn, 
and Its V icmity. 

Humbly Showetlj, 

of thTgg* of ApririasLreiXrto memorial Memorial of,«i. 

■“ “e"S‘aras‘Lvsa,-i“„,t,- — 

veuient openings may be feftiS the infen&Vtun™^^^^^ 

a train can take in nasstao tlimn lb M “P7“8'S ; and as the utmost time 

the railway cannot'^«, 3d ^ of 

such open space can be rem3 reasonable that any 
of making hftunTi and l ? ^=tP™se 

4oMwtis‘ unTri Si-eatest confidence in the firmness and judgment 
planoftt openfu^fs*b^^^^ pray that your Lordships will command the 
tot entrust it to the bLcI of PuhTweirte. for your sanction, and 

b?;f r 'i? “^‘?P“oable,your Memorialists trust 
tirface, and norhw oe ^ • d “““f “otion of an occasional flat grating on the 
‘•nneUs directed L ™ or buildings, and in particular that the 

>»*ce of the ground on each si& it 

yow LorfSrhfy33’'’ T Lordships after the decision 

■listrustinc- bo?h the R former experience, 

•Imh it bitter bv ^ of PubUc Works and the Railway Compa^, they 

plain when too’ lafe^t b, caution, to pie vent an evil, rather than have to com- 
*8 company. ‘ ^ remedy without entailing unnecessary expense on 

‘™E\la?paran33lL‘® T'’®’'!?'' Lordships’ informa- 

^I’ectedbvthppnpn^ height, have been lately 

he covered in and now stand on part of the line of railway directed 

in. and that a bridge, which has already been made on the front 
® 4 of 
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of the harbour, has been raised above the natural level of the grounrl, froia 
which the Memorialists infer that the intended level of the covering of the 
tunnel will be higher than your. Lordships would approve, because if such level 
be higher than the original level of the surface, the Memorialists conhdently 
apprehend that future public inconvenience must arise ; they therefore pray 
your Lordships to direct that the level of the surface over the tunnel when 
completed, including the bridges, shall not be higher than the level of the 
ground before the tunnel was commenced. 

That Memorialists beg leave respectfully to repeat their thanks and satisfac- 
tion for the attention of the Board of Treasury to this very important public 
matter, and Memorialists will ever pray. 

For and on behalf of the Memorialists, 

No. 17, Dame-street, Dublin, (signed) John Oripm. 

12 September 1843. 



Treasury Minute, dated 5 December 1843, on the Two preceding 
Papers. 

Treasury Minute Their LordsHps observed as follows, in their letter to the Commissioners of 
5 Dec. 1843 . ’ Public Works, dated 29th August last, on the subject of the frontage of Kings- 

.1 ■ town Harbour as affected by the railway. 

“ You report in your letter, dated 21st February 1843, that from the 
harbour-master’s office, not far from the eastern pier, to the proposed terminus, 
the occupation by the railway company of the line of railway is to be con- 
sidered temporary, subject to any subsequent arrangement you might 
require.” 

Their Lordships have also your assurance “ that the works of the extension 
to the Dublin and Kingstown Railway on the atmospheric principle, then in 
course of construction, were to be of such depth, and with side-walls of such 
nature, for the entire distance that traverses Kingstown Harbour, as to be 
adapted to being covered overhead so as to form a tunnel under the present 
level of the ground. 

“ The Lords Commissioners of the Admiralty have declared their opinion 
that it is necessary, in order to secure the full advantage to be derived to the 
public from the harbour, that the railway should be covered over in front of 
the harbour, and their Lordships have lately reiterated their opinion upon a 
full reconsideration of the subject. 

The inhabitants of Kingstown have made urgent and repeated representa- 
tions to Her Majesty’s Government, having in view the same object of covering 
over the new portion of the railway between the town of Kingstown and Kings- 
town Harbour. 

“ After a careful consideration of all the circumstances of the case, their Lord- 
ships are decidedly of opinion, that the railway company ought to be requiien 
to cover in without delay the whole of the railway between the harbour-inaster’s 
office and the terminus at the Forty-foot Road, with the exception only of suck 
openings as may be required to admit light and air ; and they are accordingly 
pleased to direct that you require of the directors of the railway company to 
cover in the railway to the extent and in the manner above described, and that 
if the directors refuse, or needlessly delay to do so, you will in that case resume 
possession of this portion of the railway.” 

Their Lordships have since received a further memorial from the inhabitants 
of Kingstown, of which the following are the most material passages : — 

“ That memorialists having read your Lordships’ decision on their memorial 
of the 29 th August last, relative to the Atmospheric Railway from Kingstown 0 
Dalkey, although they hoped that the entire front of the harbour as far as tne 
eastern pier would have been tunnelled, yet beg to express their thanks an 
satisfaction at the manner in which their prayer was considered, and redres 
afforded by your Lordships. ^ 
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“That memorialists are, however, apprehensive that th,. j- 
Treasury Order may be taken advantage of in order to defeat 
j-our Lordships, and that, under the plea of giv”nfair and Wht 
large and inconvenient openings may be left?n th? intended 
“That the memorialists apprehensions are excited hv flip fi,/-.!- +1, * • 
of similar length in England there are no 

time a tram can take in passing through the tunnel, at the proLenlt 1 
speed of the railway, cannot exceed one minute, it does not appear iS ! 
such open space can be required for any other purpose than to save th ^ ^ 

of making the tunnel, and thereby iniurino- thefroiit of the hah expense 

Lordships’ order was intended to prevent ^ ^ 

“That if the admission of light and air be indisncnchi. 
trust that it will be effected by ?he construction S ^ 
the surface, and not by any raised ^1 or ahinL 
tunnel, as directed by your LShfos uTL ■ ^ 

natural surface of the ground on each side of it. higher than the 

“ That the memorialists consider it rio-ht tn etoto t i,- 

don, that parapet walls from three tfw C^ 

erected by the company, and now stand on part of the liL of rl'^ *'**®*^’ 
to be covered in. and that a bridge whior has alreadv been i H 
of the harbour has been raised above the naturaUevel of tim * 
which the memorialists infer that the intended level oP thp ^ ground from 
tunnel will be higher than your Lordshi;f:oard app.tf b caus^Tf'sTeh lel^t 
be higher than the original level of thp^^rirPano +V it such level 

appreUd that future public inconvenience must aris^rtheAterefor^pray 
your Lordships to direct that the level of the surface nwr tlL » , ™i ^ 
completed including the bridges, shall not be higher than the “vel or^he 
ground before the tunnel was commenced.” ‘ “ 

commissioners of Public 

u"? directions that the line should be covered 

for the entire distance between the harbour-master’s office and the terminus 
near the Forty -foot Road, with the exception only of such openings as mav be 

Ttmort of th'l”'^ '“’'1 Commissioners applied to the fompan/for 

arepoit of the manner in which they would propose to comply with thfs o^der 

causes ex^fabed ' delayed for 

1'"® “ generally from the harbour- 

niencl a,“r aLLone '’f'® etM““-iiouse, but that, independent of inconve- 
ttrair so tnC/n passengers, the resistance of 

the trains The ^ u impediment to the passage of 

rns-t-?! . J ^ ? covered ways or bridges marked (A.) and (B.! are alraadv 

necLarVcomumn- demanded, would afford every possible 

»rSrof Z“ prepared^o add 

y I covering that their Lordships may req^uire.’’ 

The answer of the company is as follows ; — 

‘he attemLn'of’?hrn‘° “’"'“%‘®dge your letter of the 14 th instant, calling 
delay which has t Dnectors of the Dublin and Kingstown Railway to the 
Wh^the^Dlan fomishmg the Commissioners of Public Works 

29 th Aug^t iidr- Trevelyan’s letter to them of the 

direct'd toti”® their next meeting, I am 

the Board immediately rfter the receipt of your first letter 

tocomnlv ^ their anxious consideration how far it was possible for them 

dii'Pf>fo/dj instructions, and a plan was prepared accordingly, which 
tf A to transmit to you. 

% sravitvVrtr^*^*'*^ period we were able to commence our first trials of descending 
^ portion of the line. The result of these trials was an appre- 
the extpnt- r. to conviction, that if the road were to be covered to 

air to which had been prepared^.the resistance of 

26^, lains passing under the bridges would be so great, that we could 

E not 
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not work the road in the manner proposed, and particularly as the road ‘rises 
from the harbour-master’s house into the Kingstown station at the rate of 1 i, 
228.’ 

** This apprehension, however, could not be established or refuted until our 
cutting was completed, and the tunnel under the Forty-foot Road covered over; 
and I am now enabled to state, that if the entire space between the harbour* 
master’s office and the Kingstown, station were covered over as directed, we 
could not, judging from the experience we ha,ve acquired, have any expectation 
that the descending train would get to the Kingstown station. 

“ Another reason for delaying the reply to your communications was a wisi 
to see the effect of the bridges and tunnel prepared to be erected by the direc* 
tors, and approved of by his Excellency the Lord Lieutenant ; and I am now 
directed respectfully to submit that the public accommodation will not be 
substantially increased by any addition to the bridges already erected, but that 
in deference to the representations which have been made, and to the wishes 
of the Lords of the Treasury, the directors would suggest that two, or possibly 
three additional bridges should be forthwith thrown across between the tunnel 
and the harbour-master’s office. 

“ I am further desired to acquaint you that all the works which have beeu 
erected since the receipt of Mr. Trevelyan’s letter have had direct refe;:ence to 
covering the entire of the road, as directed by theii* Lordships. 

“ I am most happy to be able to add that complete success has hitherto 
attended all our tri^s of the atmospheric system.” 

The present state of this question renders it necessary to advert to a former 
portion of the correspondence. 

On the 13th February their Lordships caused a communication to be made to 
the Commissioners of Public Works, as follows : — 

“ It has been suggested to my Lords with reference to the plan transmitted in 
your Report, dated the 22d December last, that if the Atmospheric Railway Com- 
pany be permitted to construct their railway, as at present intended, the position 
of the contemplated terminus being within 50 yards of the terminus of the 
Dublin and Kingstown Railway, the whole of the frontage of the harbour 
of Kingstown would, with the exception of a space of about 150 feet, be inter- 
sected by lines of railroad, and the means of access to the harbour would, there- 
fore, not be adequate or convenient. 

It has also been suggested to my Lords that tlie objections urged against 
the proposed work, so far as relates to its encroachment upon Kingstown 
Harbour, might be removed by the company forming a tunnel from the present 
terminus of the Dublin and Kingstown Railway to the eastern pier of the har- 
bour, or by the position of the terminus being fixed at the eastern pier. 

“ My Lords therefore desire that you will take this subject into your consi- 
deration, and report thereon to my Lords whether either of the above plans 
could be carried into effect, and your opinion of the advantage that would be 
gained by the adoption of either of them.” 

To which the Commissioners of Public Works replied, on the 21st February; 
by objecting to both the modes of proceeding suggested, and they added 
“ Supposing, however, even that the Commissioners should be wrong in tWs 
opinion, and that there is reason in the suggestion made to their Lordships, the 
arrangement as made by the company in the first instance will not at all pre* 
vent the expedient being adopted of a tunnel, which has also been suggesteo, 
should it be required. 

“The Commissioners have in the deed of conveyance agreed to assign to 
the company the necessary ground for the tramway only up to the harbour- 
master’s office, not far from the eastern pier ; from thence towards the propose 
terminus the occupation is to be considered temporary, and subject to any 
subsequent arrangement the Commissioners might require. 

“ At the same time it was ascertained should the experiment prove success- 
ful, and as a natural consequence a junction be made between the new atfflos* 
pheric line and the Dublin and Kingstown Railway, that the level of the ra 
would be so low as perfectly to admit of being covered for the whole extent 
from the harbour-master’s office.” 

On the 6th May, my Lords received a representation from, the inhabitants^ 
Kingstown, expressing their earnest hope “that their Lordships would 
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the Commissioners of Kingstown Harbour to stop the wort, • 
progress at that harbour, until their Lordships shaU decide whetZ the woAs 
are to proceed on their present plan, or by tunnellion- ori-nw (-1,1. 11 . 

tag portion of the front of the harbour, or^until their^Lordships shaTd 
the prayer of the Memorial which we had the honour to trlS^ 

Upon this the Commissioners of Public Works were , , 

the works which were then being carried on bv the ™port whether 

pany, in the neighbourhood of the harbour were of such ^ 

Sbstecles in the way of a tunnel being afterwaris Wd in case" f 
decided that the approach to the harbor must be constructed in th^^°“ 
and they were instructed, in case the works in progress should have lZeffZ’ 
to give directions for their suspension until my L6rds should d»^L 
question whether a tunnel would be necessary decide upon the 

p which the Commissioners of Public Works replied, on the inth M, 
■‘Aat the works of the extension of the Dublin and Kingstown Railway of toe 
atmosphenc principle now m course of construction art to be of S dLth 
and with side walls of such nature for the entire distance that tavemes S’ 
town Harbour, as to be adapted to being covered over head a * ^mgs- 
tunnel under the present level of the ground.” ’ ^ 

On the 16th May the Commissioners of Public Works renortsd do CpU 
the principal Memorial of the inhabitants of Kingstown ^ ^ ™ 

object of the memorialists being to obtain a covptpiI wuxt 
tonnel for the portion of this extension which traverses the harbour of Kings 
town, m lieu of an open cutting, it raicrhf hp .iZ , ftuings- 

know Her Majesty’s Treasury that the entire diftlnce^re™rred to 

snow, in conformity with their Lordships’ suggestion of the 13 th Februarv 

ctre 7 brthrctp“aV'^ 

“ The only difference, therefore, between what the memorialists desire and 
what IS actually the case is, that they wish to enforce the immediarexc^^^^^ 
missim “ot admitting of any doubt of its propriety; while the Com 

f Jrh experL’nce mafshowT; 

wlf^t appears that the railway company were permitted to nrorppd 

be so e7c7ed'ns /'""d hatoour, on the express condition that it^should 

decUed that fh its being covered over head, in case it should be 

net - andthpV*T ‘P harbour must be constructed in that man- 
se e’xecuteto ^ received repeated assurances that the work was being 

be^?efi?pd‘t'“‘ Po.f^s'tips decided that the railway company ought to 

barb™r“ aster’s offl' f the 

tion only of t,ph ® the terminus at the Forty-foot Road, with the excep- 

a>mmissioners of P?hT”w t >ight nnd air, and tL 

ssioners ot Public Works were directed to enforce this decision. 

Pnb 7 WorTs“ 7 tpf Commissioners of 

tompahy renortt ® ' November, enclosing another from the railway 
don would he fi every necessary means of communica- 

Wtk in Lnt of top h by ‘he construction of bridges, and stating that the 
'overed over liton 7 b'*'! been so constructed that it could not be 

oompany inconvenience to the passengers, and loss to the railway 

oorre"spondlnL” 7 r*’r" pomts, my Lords have to observe that after a prolonged 
tame to the consideration of the subject, their Lordships 

Wer in front nf Jest that the railway ought to be covered 

dnced them tn Z harbour, and nothing has since been stated which has in- 
On b ^ change their opinion. 

been constaiptp3*°7il *'*'*’^ i'®gi'ot to have to observe that if toe railway has not 
265, ^ View to jits being covered over, the railway company 

E 2 };jas 
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has been allowed to avail itself of the permission to construct the railway in 
front of the harbour without performing the condition on which alone that per. 
mission was given, and this has been done at the same time that their Lordships 
have received repeated assurances that the railway was being constructed m 

the manner directed. . . r . i.u 

Their Lordships can by no means consent to the directors ot the railway 
company being permitted to take advantage of their non-fulfilment of a well- 
understood engagement, in order to set aside a decisiori passed by their Lord- 
ships after a careful consideration of all the public interests involved in the 
case and the Commissioners of Public Works will therefore immediatelypro- 

ceed to carry into efiect the instructions with which they had been previously 
furnished • that is to say, they will require of the directors of the railway com- 
pany to cover in the railway to the extent and in the manner pointed out h 
the letter of the Commissioners of Public Works to the Treasury of the 10th 
May last, and in their Lordships* communication, dated 29th August last; and 
if tlie directors do not immediately cover in the work, supposing it to be suffi- 
ciently deep to admit of its being covered in in its present state, or, if other- 
wise, if they do not immediately deepen the work in front of the harbour, with 
a view to its being covered in, the Commissioners will resume possession of this 

portion of the railway. /.r. it xtr i -n . 

Their Lordships also desire that the Commissioners ot Public Works will take 
care that the tunnel be not raised higher than the natural surface of the ground 
on each side of it. ^ , v , 

A further communication will be made to the Commissioners ot Public Works 
on the subject of the terms on which the remainder of the line of tramway has 
been transferred to the railway company as soon as my Lords shall have been 
furnished with the legal documents adverted to by the Commissioners of Public 
Works. 



Dear Sir George, Dublin Castle, 22 Dec. 1843. 

Lwd Eliot to Sir j time in conveying to you the assurance of the directors of the 

S.'dS Dublin and Kingstown Railway, that they ate quite ready to defray the expense 

of the proposed inquiry, and to abide by the decision of the engineer. 

I may add that I see no reason why the Treasury should not grant the per- 
mission sought by the directors to open the atmospheric railway for public 
trafi&c, subject to the conditions specified. 

Believe me to be, &c. 

Sir George Clerk, Bart. &c. &c. (signed) 



Dublin and Kings- 
town Hail way Com- 
pany to Lord Eliot, 
23 Dec. 1843-. 



Dublin and Kingstown Railway Company, 
My Lord, Dublin, 22 Dec. 184-S. 

I HAVE the honour to acknowledge your Lordship’s obliging letter of the 
20th instant, informing the directors of the Dublin and Kingstown Railway 
that the Lords Commissioners of Her Majesty’s Treasury were prepared to duec 
an engineer of eminence to proceed to Kingstown, and to report to their Lor 
ships whether, in his opinion, it is necessary that that portion of the atm(»- 
pheric railway which extends from the harbour-master’s house to the Porty-lo 
Road should be covered in, or whether a proper access to the harbour can 
secured to the public, and the due accommodation of the inhabitants of 
town be provided for by other means, on condition that the directors w 
engage to defray the expenses of the inquiry, and will undertake to abide j 
the decision of the engineer. . ■ 

And having laid your Lordship’s letter before the Board of Directors 
day, I am instructed to state that they hereby engage (if required by their Lor 
ships) to defray the expense of the inquiry, and they will cheerfully n 
promptly abide by the decision of the engineer. .jj 

Under these circumstances, the directors trust that the Board of Works J 
be instructed to permit the railway being opened for public traffic, and 



Printed image digitised by the University of Southampton Library Digitisation Unit 



the ATMOSPHERIC RAILWAY, and KINGSTOWN HARBOUR. 37 

larlv as any further raten t of covering which may be directed can be done from 
above, and will not be delayed by the opening of the road. 

I am further desired to convey to your Lordship the unaffectedlv crateful 
acknowledgments of the Board for your Lordship’s kind, prompt, and efficient 

I have, &c. 

(signed) Him, jun. Treasurer. 

The Right Hon. Lord Eliot, M.p, &c. 



Tr.EAStiay Mihute, dated 26th December 1843, on the precedinir Letter 
from the Chief Secretary for Ireland. ® 



Tbassuit to Mr. Walker, Civil Engineer, the following documents 

Copy of a summary of past proceedings relating to Kingstown Harbour aud 
Railway, prepared by their Lordships Assistant Secretary. 

Copy of their Lordships’ Minute, dated 29th August last. 

Copy of then- Lordships’ Minute, dated 5th December, and various Plans. 



And request that he will proceed as soon as possible to Dublin, and report to 
my Lords whether that portion of the Dalkey and Kingstown Railway which 
IS between the harbour-master's office and the western terminus has been so 
constructed as to admit of its being covered over at any time hereafter at which 
tlat measure may become necessary, in order to lay out the space in front of 
that part of the harbour to the greatest public advantage ; and that if the rail- 
way has not been so constructed, he will report what alterations ai-e necessary 
toplace it in the state required between the points above adverted to. ^ 

Also desire that he will report whether in his opinion the whole of the above- 
mentioned portion of the railway should be immediately covered, with the view 
of securing sufficient means of access to the harbour, and of affording due 
accommodation to the owners of property at, and the inhabitants of Kinvstown 
andif not the whole, what portion of it ought, in his opinion, to be immSiiately 



Treasury Minute, 
26 Dec. 1843. 



Write to Lord Eliot that, m compliance with the desire of the Atmospheric 
Kailway Company, communicated in his Lordship’s letter of the 22 d instant 
my Lords have requested Mr. Walker, Civil Engineer, to proceed without delay 
to Dublin, and to report to their Lordships whether that portion of the railway 
winch IS between the harbour-mastei-’s office and the western terminus has been 
constructed in the manner which their Lordships considered necessary for the 
Mcurity of the public interests, in reference to any appropriation which it may 
nereatter become desirable to make of the space in front of that part of Kingstown 
mrbourj and also to report how far it may be necessary, with the view of 
securing sufficient means of access to the harbour, and of affording due accom- 
modation to the owners of property at, and to the inhabitants of Kingstown, 
tot this portion of the railway should be immediately covered over; and 
^amrmt, for the information of the Lord Lieutenant, copy of the instructions 
’fith which Mr. Walker has been furnished. 

complied with the application of the railway company on this 
^ understanding that whatever works maybe considered 

forth necessary for the public objects above adverted to, shall be 

onwb- ^ executed by the railway company, in accordance with the conditions 
of tb 'f! alone they were permitted to construct the railway across this portion 
harbour, and also that the company will defray all the 
«jpeuses of this inquiry. ^ 

cannot give their sanction to the railway being opened for traffic 
factority execut^ necessary shall have been satis- 

information of the inhabitants of Kingstown, who 
26 ^: Lords Commissioners of the Treasury on the subject of the 

E 3 works 
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works executed by the Dublin and Kingstown Railway Company in front of 
Kingstown Harbour, that the directors of the Dublin and Kingstown Railway 
Company having applied to their Lordships to depute an experienced civil 
engineer to inspect the works in q^uestion, my Lords have requested Mr, James 
Walker to proceed without delay to Dublin to report whether that portion of 
the atmospheric railway which is between the harbour-master’s office and 
the western terminus has been so constructed as to admit of its being covered 
over at any time hereafter, and also how far it may be necessary, with the view 
of securing sufficient means of access to the harbour, and of affording dae 
accommodation to the owners of property at, and to the inhabitants of Kinc^. 
town, that this portion of the railway should be immediately covered. “ 



Sir, Great George-street, 16 January 184-k 

J. Walker, Esq. to As your instructions, dated 2?th December last, on the subject of the Kings- 
C. E. Trevelyan, town and Dalkey Railway, requested me to proceed as soon as possible to 
n i 8 Dublin, and report on the matters referred to me, I left London on the evening 

1 an.i 44 . arrived in Kingstown on the morning of the 30th. The 

following days, up to and including the Sd January, were employed in the 
examination of the railway, particularly the portion of it opposite to Kingstown 
Harbour, and of the property adjoining also, in taking at considerable length 
the evidence of individuals produced by the parties, and hearing the statements 
a,nd arguments. 

I had the honour of an audience with the Lord Lieutenant, at his Excellency’s 
desire, and of an interview with Lord Eliot, also with Sir John Burgoyne. 
My assistant, Mr. Herbert, was employed in the meantime in taking such 
measurements and details as were required. 

It remains for me to report my opinion on the various points contained in 
your instructions. 

The first of these is, “whether that portion of the Kingstown and Dalkey 
Railway which is between the harbour -master’s office and the western termiuiis 
has been so constructed as to admit of its being covered over at any time here- 
after at which that measure may become necessary, in order to lay out the 
space in front of that part of the harbour to the greatest public advantage f’ and 
if the railway has not been so constructed, I am to report “ what alterations are 
necessary to place it in the state required between the points above ad- 
verted to.” 

In reply to the above, I beg to state my opinion, that the portion of the rail- 
way within the above limits is so constructed as to be capable of being covered 
over for its whole length. The breadth between the side walls is 12 feet, and 
the height from the rails to the surface of the ground is 8 feet 6 inches, with the 
exception of about 70 yards in length on the north side of the railway, between 
the harbour-master’s house and his office, which may be raised without difficulty. 
As respects the objections which have been made to covering the whole length 
referred to, I beg to remark that the length from the harbour-master’s office to 
the western terminus is SOO yards, which if the whole were covered would be in 
darkness; but drat in most of the railways in this country passengers are obliged 
to submit to the inconvenience of very much longer tunnels. Tunnels are, how- 
ever, generally from four to six times the size which this would be. Again, is 
the carriages descend from Dalkey to near the Kingstown station by 
and as a length of 290 yards nearest the station has a rise of 1 in 228, by which 
the speed is checked before the train arrives at the station, it is stated as an 
objection to the entire covering, that as the front of the carriages occupies one 
half of the whole area of the tunnel, the opposition which the confined air in the 
small tunnel would offer to the train might be such as to prevent it reaching 
the station. There is no fact to confirm this theory ; but should 
prove it to be correct, if ever the whole were covered, mechanical or animil 
power might be applied to supply the deficiency ; or if this be objectionable, 
one of the side walls might be taken down and the tunnel widened, which would 
remove the above inconvenience. This is the greatest alteration that would he 

required 
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required for enabling the whole length, if covered, to be worked by aravitv or 
the momentum derived from gravity. The exoence nf u 
chiefly to the greater width to1.e ooLrei, wouirbe very coLide" 

I am further requested “ to report whether, in mv ooinion tho f .u 

above-mentioned portion of the railway shonld be imLLtely’ covered wi* Se 

“olmVodTon^'lirolr 

rdi^td^d'^ " ™Sht, in my opin” ^to 

I beg to repljq that the objects stated in the instmcHrmo 
require that the whole of the portion referred to should be immediately covered” 
but I think that a greater portion reauirps tn Kp C'^vered, 

.....a, „a .1... & ,.,i .h..,d?r,‘h.‘°„£ 

tireen the footpath and tie smith side the JL’ the ground be- 

levelled and deared, which may be thf cas^ [n a ^irvlor^C ^’“i 

part of the road next the harboir maraUo be rallHo ss t 

from opposite the present packet whar/ to the east nier’- 

jetty may be erected between the present packet wharf’and the eist sTd^of dfe 

LlTo-„oltbeteeT the 

;* £S.;a t 

■IMi 

CienTmav h “‘•'■"'y “'-t^tlooked, will use it) anrthe «- 

piiuciple teLdetn'dkLTe^t I tnore national sense, if the atmospheric 
ten successM her?C^ generally. To the extent tried it has 

tlat some of the Sifn ^ appears to have gamed in public favour j so much so, 
obiectionable* *f,, /ho considered the open trench for the railway 
Sdicme and not to their desire to see the ulterior success of the 

owneTof anything to defeat it. Mr. Gresham, in particular the 

rental nf «?nn/ ^ ^ Road and the Crown estate for a long term of years at a 

>» the propert'v^nkrthr’ ™‘^™‘J“al therefore of all others most interkted 
railway'^ aAvoik hi m' ®“ ^ar as to say, that having seen the 

covered fn rlont 0 ^? Pri-ate loss than it “should he 

*udonment of the v “ covering it were to lead to the 

b«"gford and Tora n vr'*^’-. Tb® agents for the ground landlords also (Lord 
«bfied with the ext?ntllread;‘c“!" favourable, and were 

fimTeifto Ihf ‘®’i ““ '"® reconciled ? Can the un- 

“»g. and the delni ™!™y passengers of a dark narrow trank, 300 yards 
®1 the harbour covering between the present terminus 

tbs proper use if *h occasion, be prevented consistently with 

taieiiovment thoroughfares, and of the 

, J'^yreient, by buildimy nr nf-b^^rwico nf a-...ui: „j 



^'ftiii-eenioviTiPrf k K HLT- tnoroughtares, and of the 

®“ tsch side of th ^i ®“^tng or otherwise, of the public and private property 

jj _ °eot tile above portions of the railway. f t j 

be a'ccomnbshoY Each party conceding a little, these numerous objects 

*" ‘be drawinas wh\-l ^ now, m illustration of this opinion, to refer 
oiawings which accompany this Report. 

® 4 Beginning 
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Beginning from the edge of the footpath, at the Kingstown station, it will 
be seen, by drawing No. 1, that a carriage-way, ll6 feet wide, is proposed 
there. The length between the east end of this covered part and the east ^ 
end of the present foot-bridge, at the harbour-master’s office, is 750 feet, which 
I propose to divide into five equal covered spaces, of 100 feet each, and the 
same number of open spaces of 50 feet each. The above increases the present 
length of the covered portion at the west end only seven yards. I have thought 
it desirable to avoid extending this more than is necessary, both because the 
resistance of the air would be more felt near the termination of the part of 
which the inclination is against gravity, and also as this is already the longest 
covered portion. As respects the width of the public carriage-way, in con- 
tinuation of the Forty-foot Road, there cannot, I think, be reasonable ground for 
complaint ; and there is also width for carriages on the south side of the next 
opening, which width would, from the shape of the ground, be diminished if 
the western covered portion hex'e were extended more to the eastward. The 
length of the other spaces does not appear to me such as can be inconvenient 
to the railway in respect of light and air, the greatest distance from an opening 
being 50 feet, and as the greatest length of obstruction over the railway to the 
direct passage in all ways is only 25 feet, this inconvenience would not be 
great, nor would the noise, from only one-third of the length being opened, 
be attended with great annoyance, even if houses were built upon the Crown 
or upon Mr. Gresham’s estate. 

The detailed plan shows the kind of enclosure I would recommend for the 
open space. It consists of small iron posts, firmly bolted through an iron curb, 
and four horizontal rails, the whole height being three feet six inches; also an 
external protection by means of strong road posts at the angles, to prevent 
carriages approaching too near the opening. Should tlie whole of the ground 
which is now unenclosed be continued open to the public (a matter which 
should, I think, as respects the question of right, be deferred), some more of 
these posts, placed where I have made the small dotted circles, would give 
good protection to foot-passengers on occasion of crowds. 

I have, &c. 

C. E. Trevelyan, Esq., &c. (signed) J. fValker. 

Vide Plans. The papers and plans are returned herewith. 



Treasury Minute, 
If) Jan. 1844. 



Letter from the 
Treasury to the 
Board of Works, 

I3 February 1843. 
From the Commis- 
sioners to the Trea- 
sury, 21 Feb. 1843. 
From the Treasury 
to the Commis- 
sioners, 8 May 

From the Commis- 
sioners to the Trea- 
sury, 10 May 1843. 
From the Commis- 
sioners to the Tj'ea* 
suiy, iG May 1 843. 



Treasury Minute, dated 19th January 1 844, on the foregoing Report from 
Mr. Walker. 

Transmit to the Commissioners of Public Works in Ireland a copy of their 
Lordships’ Minute dated 26th December 1843, a copy of Mr. Walker’s Report 
and the two original plans received from Mr. Walker. 

It will be seen from the correspondence noted in the margin that their Lord- 
ships permitted the atmospheric railway to be made across that portion of ilie 
land belonging to the public in front of Kingstown Harbour which is between the 
harbour-master’s office and the Forty-foot Road, upon condition that it should^ 
so constructed as to admit of its being covered overhead on a level with the 
ground ; that the Commissioners of Public Works were instructed to give direc- 
tions for the suspension of the work, in case it should be of such a nature as W 
throw obstacles in the way of a tunnel being afterwards formed ; and that ttieir 
Lordships received three distinct assurances from the Commissioners of Piblic 
Works that the entire distance referred to was in the course of construction 0 
such depth of excavation and of such side walls as to be perfectly adapted to ® 
covered over in a substantial manner, so as to coincide with the present le'^c 
of the ground. 



On the 29th August 1843 Lordships directed that the railway c 
should be required to cover in without delay the whole of the railway betwe^ 
the harbour-master’s office and the terminus at the Forty-foot Road, with c 

exceptio” 
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,xce|itioi, only of such openings as might be required to admit lio-ht and air • and 
this decision was afhrined by tlieir minute dated 5th December latt 
But their Lordships having received, through the Secretary for Ireland an 
application from the directors of the Dublin and Kingstown Railway Coinnan’v to 
depute an experienced civil engineer to inspect the' works, iny Lords directed 
Mr, Jamas Walker to proceed to Dublin to report whether tha\ portion ^f [he 
atmospheric railway which is between the harbour-master’s office and the western 
terminus had been so constructed as to admit of its being covered over at anv 
time hereafter at which that measure might become necessary in order to lav out 
the space m front of that part of the harbour to the greatest public advantage and 
also how far it might be necessary, with a view of securing sufficient means of 
access to the harbour, and of affording due accommodation to the owners of pro- 
perty ay nd to tte inhabitants of Kingstown, that this portion of the raiJwav 
bhould be iiTimediateiy covered. ^ 

My Lords complied with tlie application of the railway company on this sub- 
ject, on the distinct understanding that whatever works might be considered bv 
Mr \^alker to be necessary for the public objects above adverted to should be 
torthwith executed by the railway company, and that the company would defray 
ail the expenses of this inquiry. ' ^ 

It was also stated that my Lords could not give their sanction to the railway 
being opened for traffic until all the works judged by Mr. Walker to be necessary 
should have been satisiactonly executed. 

Mr. Walker i^eports, that the objects of securing sufficient means of access to 
the harbour, and of affording due accommodation to the owners of propertv at 
and to the inhabitants of Kingstown, do not appear to require that the whole of 
the portion of the railway referred to should be immediately covered, but he thinks 
that a greater portion requires to be covered than is at present covered, and he 
makes the following recommendation : 

“Beginning from the edge of the footpath at the Kingstown station, it will be 
seen, by drawing No. i, that a carriage-way 116 feet wide is proposed there. 

1 he length between the east end of this covered part and the east end of the 
present foot bridge at the harbour-master’s office is 750 feet, which I propose to 
divide into five equal covered spaces of 1 00 feet each, and the same number of 
open spaces of 50 feet each.” 

Their Lordships will not refuse their sanction to the adoption of this arrange- 
ment, provided it be carried into effect at once in the manner described in the 
fast paragraph of Mr. Walker’s Report, and their Lordships desire that the Com- 
raissioners of Public Works will intimate to the directors of the railway company 
this modification of their previous decision, and that they will call upon the direc- 
tors to cover the railway without delay to the extent and in the manner indicated 
in Mr. Walker’s Report, and in the accompanying plans, taking care that the cover- 
ings are made on a level with the adjoining ground ; and the Commissioners will 
report to my Lords when the work shall iiave been so executed, returnincr the 
plans for record in their Lordships’ office. 

prevent the railway from being opened until they 
shall have reported that the works above indicated have been fully executed, and 
open j given permission, in consequence, for the railway to be 

to the other question upon which he was directed to report, that is, 
u ^ portion of the Kingstown and Dalkey Railway, which is between 
e harbour-master’s office and the western terminus, had been so constructed as 
0 admit of its being covered over at any time hereafter at which that measure 
ay become necessary, in order to lay out the space in front of that part of the 
aibour to the greatest public advantage ; and if the railway has not been so con- 
ructed, what alterations are necessary to place it i,n the state required between 
tne points above adverted tor” 

ab states his opinion, that the portion of the railway within the 

^toits is so constructed as to be capable of being covered over for its whole 

fou^T reports that tunnels in this country are generally from 

to tb ° would be, and that it is stated, as an objection 

'vhol^ covering, that as the front of the carriages occupies one-half of the 
'vould tunnel, the opposition which the confined air in the small tunnel 

.-.(x- trains might be such as to prevent its reaching the station. 

F There 
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“ Ttere is no fact ” Mr. Walker adds, " to confirm this theory ; bat should expe- 
rience prove it to be correct, if even the whole were covered, mecWal or animal 
power might he applied to supply the deficiency ; or, if this be objectionable, 
of the siL walls must be taken down, and the tunnel widened, which would 

remove the above inconvenience. • j r ur « 

“ This is the greatest alteration that would be required for enabling the whole 
length, if covered, to be worked by gravity, or the moinentnm derived from gravity 
Thf expense of this alteration, owing chiefly to the greater width to be covered. 

OT^dlrinVrte importance of the piece of land between the harbour- 

master’s office and the Forty-foot Road, across which the railway has teen made; 
and adverting to the fact stated in Mr. Walkers Report that the Dublin and 
Kingstown Railway has, excepting at one point, interrupted the communication to 
the Lrbour for three-fourths of its whole length, and that the obligation to male 
other crossings in front of this large portion of the harbour, when required, b, 
from the level of the ground, little better than nominal, my Lords are of opinioo 
that they should not fully discharge their duty to the public if they were to peraut 
any portion of the remaining fourth part of the front of the harbour which is still 
fully available for affording the means of access to the harbour, and has come into 
general use for that purpose, to be permanently alienated to the railway companj, 
without requiring, as an express condition of the transfer, that if at any future 
time it should be determined to lay out the piece of land in question for ike 
erection of warehouses or other buildings, or with a view to any other public p jeet, 
in any such manner as may require that the whole or any further portion of tim 
section of the railway should be covered, the railway company wdl immediately 
cause it to be so covered, upon receiving a requisition to that ettect irom Her 
Maiesty’s Government; and will cause to be made, at their own expense, any 
alterations which may be required to enable this portion of the railway to be 
covered over, without inconvenience to the passengers. 

Their Lordships desire that the legal documents which will have to be prepated, 
for the purpose of effecting the transfer of the ground occupied by this portion of 
the railway to the railway company, may he carefully drawn, so as to express the 
conditions upon which the transfer is to be made in such a manner that the rail- 
way company will he effectually bound by them j namely, the condition of at oate 
covering a portion of the railway, to the extent and in the manner mdicsted la 
Mr wSket’s Report and in the accompanying plans, and of maiataimng sack 
covering in proper repair ever hereafter; and the further conumon of covcnag 
the whole, or any additional portion of this section of the railway, at any tune 
hereafter at which the railway company may he called upon by Her Majeslys 
Government so to do ; and of making, at their own expense, any alterations, effler 
by widening the tunnel or otherwise, which may be necessary, with a view to me 
coverinv of the whole, or such further portion ; and my Lords desire that a dull 
of the c°onveyance, when so prepared, may be sent to them for their approbation. 

Adverting to the concluding passage of Mr. Walker’s Report, it appears to ay 
I.ords to be proper that the usual precautions should be taken to mamtam » 
i-ight of the Crown to enclose any portion of the public property in 1 ™“' 
part of Kingstown Harbour, in order that the land in question may be at all n 
available for any public improvement which maybe hereaftte resolved on ; so 
their Lordships desire that the Commissioners will do what is necessary tor 

^“Transmit a copy of this Minute to Lord Eliot, for the information of I* 
Excellency the Lord Lieutenant. _ 

Also transmit a copy to Mr. Walker, and conveying to him their LorcMP 
thanks for the able manner in which he has conducted the inquiry. 



Sir, Dublin Castle. 39 January ij# 

E. Laras, Esa. to - I AM directed by the Lord Lieutenant to acknowledge the •'eceipt 1 ) ^ 
C. Trevelyan, Esq. letter of the 20th instant, transmitting by desire of the Lords Lommissi ^ 

29 January 1844. Majesty’s Treasury, a copy of a report from Mr. James Walker, 

' Kingstown and Dalkey llailway, with their Lordships* minute thereon. 

1 am, 

C. Trevelyan, Esq. (signed) -E* 

Treasury Chambers, London. 
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n n j k ■ i. • j of Public Works, 27 February 1844. 
The Board having transmitted to the directors of the Dublin and Kinastou-n 
Railway, a copy of the report of Mr. Walker, civil engineer to the Lords of Trea- 
sury, relative to the Atmospheric Railway from Kingstown to Dalkey* and at the 
same time communicated the decision of their Lordships on the snbie’ct as con 
,eyed by your letter of the 20th ult., I am directed to send you the enclosed codv 
of a letter which has been received from the directors in reply for their Lordshin? 
orders thereupon. ^ 

I have, &Ci 

C. E. Trevelyan Esq. (sig„od) Henry R.- Paine, 

Treasury Chambers, London. Secretary 



Dublin and Kingstown Railway, 

23 February 1844. 

HAvraolaid before the directors your letter of the 23d January, transmitfinw 
copy of the report of Mr. Walker to the Lords of the Treasury relative to the 
Dalkey (Atmospheric) Railway, and communicating the order of their Lordships 
on that subject, I am directed respectfully to acknowledge same, and to state that 
the works reported by Mr. Walker as proper to be done, and as detailed in the 
drawings which accompanied your letter, were at once commenced, and are now 
being proceeded with as speedily as possible, and to this extent the directors have 
not lost any time in acting on the order of their Lordships in pursuance of their 
undertaking to that effect. 

With respect to the further orders of the Lords of the Treasury as to clauses 
which they desire to be introduced into the legal document which will have to be 
prepared for the purpose of effecting the transfer of the ground occupied by this 
portion of the railway (from the harbour-master’s office to the Forty-foot Road), 
and which clauses have reference to the possibility of some future order from Her 
Majesty’s Government for covering the whole or any additional portion of this 
section of the railway more than is now being covered in pursuance of Mr 
Walkers report ; 

fhe Board of Directors, having had reference to the correspondence on this 
subject, and more especially to Lord Eliot’s letter of the 20th December last, 
informing the directors that the Lords of the Treasury were “ prepared on two 
conditions to direct an engineer of eminence to proceed to Kingstown and to report 
to their Lordships whether in his opinion it is necessary that that portion of the 
atmospheric railway which extends from the harbour-master’s house to the Fortv- 
loot Road should be covered in, or whether a proper access to the harbour can be 
secured to the public, and the due accommodation of the inhabitants of Kingslowa 
e provided for by other means, the conditions required by their Lordships 
directors of the company will engage to defray the expense 
me inquiry ; and, 2d. That the directors will undertake to abide by the decision 
0 the engineer:” also to the letter from the directors to Lord Eliot, dated 22d 
Jy to his Lordship’s communication just quoted, in which, after 

ung the objects of the reference and the decisions as above, they inform his 
exL^ thereby “ engage to defray (if required by their Lordships) the 

the and cheerfully and promptly to abide by the decision of 

further had particular reference to Mr. Walker’s Report, 
him H portion of it in which, after having recited the objects referred to 

arguments and objections of either side, he observes as follows : 
unnl ^ ^tiestion then is, can the various interests be reconciled ? Can the 
gjij ®f®^|i^tiess to the railway passengers of a dark narrow tunnel 300 yards long, 
harbou^ which the entire covering between the present terminus and the 
“se of ® office might occasion, be prevented consistently with the proper 

hj build’ estate, of the public thoroughfare, and of the future enjoymeut,. 

aW,.. » otherwise, of the public and private property on each side of the 

of the railway?” 

265^*^ “My opinion is that by each party conceding a little, these 



H. R. Paine, Esq. 
to C.E. Trevelyan, 
Esq. 27 Feb. 1844, 



J. F. Bergin, Esq. 
to H. R. Paine, 
Esq. 23 Feb. 1844,. 
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mimerous objects may be accomplished.” Mr. Walker then proceeds to detail 
the n-orks which he deems necessary to effect this object. 

The directors havino- had reference to the documents above quoted, and having 
oiven 10 the w hole subject their best consideration, desire me respectfully to state, that 
the consent of the Lords of the Treasury to send Mr. Walker, and the conditions 
reouired by them, particularly that the directors should abide by his report, 
was understood by the directors (and could not tie otherwise understood by them) 
as nronosino- a final settlement of the points at issue, and under that feeling the, 
did not hesnate to send forward their acceptance ot those cm, ditions. 

In this view they are further confirmed hy Mi. Walkei a Report, tyho obviously 
understood his instructions to have reference to a final arrangement, in which view 
he distinctly states, that to provide for the future enjoyment &c. iyo. of the public 
and private property, he recommends a greater extent of covering than, as is 
properly to be inferred from the previous part of his report, he considers to be at 

present necessary. , j- .. -i . 

Thus all the documents unquestionably prove that the directors were right in 
considering the Treasury order to mean that Mr. Walker’s Report was to be final as 
regards this question. 

And actuated by that feeling, and determined at once to fulfil the engagement 
into which they had entered, they did, immediately on being acquainted with the 
works required by Mr. Walker, direct them to be proceeded with, and when they 
shall be completed, do confidently feel that they will have fulfilled to the letter all 
they undertook to do in this matter, and all that the Lords of the Treasury required 
of them, when they consented to the reference to an eminent engineer. And the 
directors desire me respectfully to say, they do not feel that the company is called 
on to do anything further than what is pointed out in the report and plan and 
sections of Mr. Walker. 

I have, &c. 

H. U. Paine, Esq. (signed) J.F.Bergin. 

Secretary to the Commissioners of Public Works. 



Tueasuut Mincte, dated 29 March 1 844. 



Treasury Minuie, 
29 March 1844. 



Weite to the Commissioners of Public Works, that my Lords have had before 
them their letter dated 27th ultimo, enclosing a copy of a representation made 
on the part of the directors of the Kingstown and Dalkey Railway, ohjectniglo 
the insertion, in the legal document to be prepared for the purpose of ettectmg the 
transfer of the ground occupied by that portion of the railway which is betweeii 
the harbour-master’s office and the western terminus, of the conditions presenoeo 
in the letter written by their Lordships’ direction to the Commissioners ot fiiDK 
Works, on the 20th January last ; that is, that if at any future time it should M 
determined to lay out the piece ot land in question for the erection of waretooses 
or other buildings, or with a view to any other public object, in any such mmnH 
as may require that the whole or any further portion of this section of tue raiWJ 
should be covered, the railway company will immediately cause it to be so covaed, 
upon receiving a requisition to that effect from Her Majesty’s Governm™.“ 
will cause to be made, at their own expense, any alterations which may be 
to enable this portion of the railway to be covered over, without inconvenience 
tbe passengers. . f.ig 

Since their Lordships were first called upon to interfere for the protection or 
public interests in connexion with this subject, it has appeared to them, that 
sidering that the Dublin and Kingstown Railway has, excepting PyJ 

interrupted the communication to the harbour for three-fourths of its. >> 
length, and that the remaining fourth portion of the frontage ^ j J 

which is situated between the harbour-master’s office and the F orty-foot I oa , 
lor the above, as well as for other reasons, of peculiar importance to 
efficiency of the harbour, it was incumbent on them not to allow any po™ 

this last-mentioned piece of land to be permanently alienated, except upo» j^^ 
conditions as would prevent any plan which may hereafter be resolved upo 
haying it out for the public advantage being interfered with. , 

Acting in accordance with tliis view, their Lordships permitted the rai 
he made across this portion of the front of the harbour, only upon condi 10 
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it should be so constructed as to admit of its being covered over at any time at 
^hich that measure might become necessary. ^ 

Again, when Mr. Walker was deputed to report upon the subject, the question 
of the precaultons which it would be proper to take for the purpose rf ner 
„anently secunng the interests of the public, in the event of any circumstance 
hereafter requiring that the whole of this portion of the railwav should be covered 
was carefully distinguished, in the instructions furnished to 4at gentleman from 
the question ol the portion which ought immediately to be covered ; and wh le on 
the first point, he was directed to report whether the work had been executed in 
the manner stipulated, so as to admit of its being covered over at any time here- 
after at which that measure might become necessary, in order to lay out the space 
front of that part of the harbour to the greatest public advantage, on the other he 
was requested to state whether, in his opinion, the whole of the above-mentioned 
portion of the railway should be immediately covered, with a view of securing 
sufficient means of access to the harbour, and of aflbrding due accommodation to 
tie owners of property at, and the inhabitants of Kingstown ; and if not the whole 
wbat portion of it ought, in bis opinion, to be immediately covered * 

Mr. Walker accordingly furnished separate and distinct answers to each of 
tiese two questions in hts report. In reply to the first, he stated that the portion 
oftheiailway Within the above limits is so. constructed as; to be capable of beinff 
covered over for its whole length ; but he added, that doubts had been suggested 
wbether certain inconveniences would not arise from the whole of it being COTered 
.and he explained the alterations which would be required to obviate these suo* 
posed inconveniences; while, on the other point, he replied that the obiects of 
securing saffietent means of access to the harbour, and of affording due accommo- 
dation to the owners of property at, and to the inhabitants of Kingstown, did not 
.appear to him to require that the whole of the portion of the railwav referred to 

shooldbe immediately covered, but that he was of . opinion that a grkter portion 

required to be covered than was at that time covered ; and he procleded to make 
a specific recommendation founded on this opinion. 

Upon this their Lordships consented to limit their demand for the immediate 
covering ot the railway to the extent recommended in Mr. Walker’s Report ■ but 
in order to prevent the interests of the public from being compromised at any 
'rtOQificaUon of their previous decision, their Lordships directed 
that the condition detailed in the first paragraph of this Minute should be inserted 
m the legal docunient by which the transfer was to be made, so as to bind the 
railway company to cover the whole of this portion of the railway at any future 
me at which they might be required to do so, and to make at their own Lpense 
any alterations winch might be necessary to prevent inconvenience to the nassen- 
gers Irora its being so covered. ^ 

™ ‘•'is subject, their Lordships 
mmue to be ot opinion that the condition above adverted to is indispensable 
smri TV public interests in connexion with Kingstown Harbour, 

ttK- V ^^e^’efore recede from the demand which they have made, and 

1C ey have not lost sight of at any stage of the proceedings, for a satisfactory 
being entered into by the railway company on this point, pre- 
coirmJ authority of tlie Treasury being given for the transfer to the railway 
the F ^ tenure, of the land belonging to the public occupied by 

ailway m front of this portion of the harbour. 



gjj. London Coffee-house, Ludgate-hill, 

j ’ 9 March 1844. 

■"'alteWn' •”•0™ y°“> ‘•«*‘ iaimediately after the receipt of Mr. j, pim.Esq.to 

“fthe recommended by him were put in hand by the Directors Sir George Clerk. 

V'itlinnf Kingstown Railway, and that they have been since prosecuted 9 March 1844, 

Rath Sood faith. 

^unhev “Ofe than one-half the covering is now completed, but it will take a 
acd tn ° w ^ weeks, or possibly two months, to finish the remainder 

Under h- ^ railings. 

public wn!iU I believe) that opening the atmospheric railway to the 

265. ^®l 3 y the completion of those works, the Lords of the Treasury have 

F 3 directed 
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directed that the railway shall not be so opened until all those works are reported 
to them to be finished- 

I have now, however, to inform you that working the railway does not in the 
least degree interfere with the prosecution of those works, and that, in point of 
foot, the trains are running every quarter of an hour from nine a. m. to six p.m.^ 
and to which the public are admitted without any charge. 

1 have now, Sir, most respectfully to request that the company may be .per- 
mitted to open the atmospheric railway to the public, or, in other words, that they 
may be permitted to receive that remuneration which they submit their enterprise 
and public spirit has entitled them to, and I pledge myself that all the works 
recommended by Mr. Walker shall be completed without any unnecessary delay. 

I have, &c. 

Sir George Clerk, Bart. m. p. (signed) James Pirn, jua. 

&c. &c. &c. 



Treasury Minute, dated 15th March 1844, on the foregoing Letter. 

Treasury Minute, TRANSMIT R copy of this letter from Mr. James Pim, jun., to the Commis- 
15 March 1844. sioners of Public Works in Ireland, and state that my Lords are pleased to 

authorize them to withdraw the restriction on the opening of the railway for 

traffic, provided they shall be satisfied that the execution of the works recommended 
in Mr. Walker’s report will not be interrupted or delayed. 

In case, after the opening of the railway, the works in question should not be 
prosecuted with a hcrndjide view to their early completion, the Commissioners will 
stop the traffic between the harbourmaster’s office and the western terminus, aod 
will resume possession of that portion of the harbour property. 
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